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U.  S.  DEPARTMENT  OF   HOUSING  AND  URBAN  DEVELOPMENT 
URBAN  RENEWAL  PROGRAM 


APPLICATION  FOR  LOAN  AND  GRANT 


I^STRUCTIO^S■     Prepare  original  and  required  copies  for  HUD.     Place 
original  m  Binder  So.  1,  copies  in  remaining  Binders. 


PROJECT    LOCA  LITY 

Boston,    Massachusetts 


^oq^fT^^^u^B^^^^ ^  ncncwa  1 


ifOJEC 

R- 


DATE  RECEIVED  (To  be  filled  m  by  HUD) 


A.    CORPORATE  NAME  OF  APPLICANT 

Boston  Redevelopment  Authority 


B.    TYPE  OF  APPLICATION 

Cx]  Temporary  Loan  and/or  Capital  Grant,  for  project  execution   [[Complete  all  blocks^] 
I     1  Temporary  Loan,  for  early  land  acquisition   [^Leave  Blocks  D  and  E  Blank^l 


C.    SUBMISSION 

pT]  Initial  application 

I     I  Revision  of  previously  approved  application  dated 

I      I    Change  in  project  area  boundaries 

I      I    Revision  in  Temporary  Loan 

I      I    Revision  in  Project  Capital  Grant 


.  19. 


. ,  for  purpose  of: 


I      I    Revision  in  Relocation  Grant 
I      I   Revision  in  Rehabilitation  Grant 
I      I    Other   (Explain) 


D.    REPAYMENT  OF  ADVANCES 

Upon  undertaking  this  project,  the  Applicant  will  repay,  with  interest.  Title  I  advances  in  the  sums  indicated 
and  in  accordance  with  the  contract  shown  below: 


ADVANCE    CONTRAC' 


AMOUNT  OF  CON! 


kMOUNT ADVANCED  UNDER  CONT 


R-44 


»  199,286 


»   199,286 


E.    EXISTING  FEDERAL  AUTHORIZATIONS 

Estimated  survey  and  planning  costs  for  this  project,  in  accordance  with  the  most  recent  approved  Survey  and 


Planning  Budget  No. 


..  approved  on 


F.  TYPE  AND  AMOUNT  OF  FUNDS  BEING  APPLIED  FOR 


TYPE 
(Chech  applicable  items) 


TOTAL  AMOUNT 


COMPLETE  ONLY  IF  REV1SI0.\ 


AMOUNT  OF  CHANGE 


H  TEMPORARY  LOAN 


»  3,326,924 


□   PROJECT  CAPITAL  GRANT 
[^   2/3  3/4  Basis: 

Basis  |— ]    Limited  project  costs 

r~l    Municipality  with  population  of  50,000  or  less 
I      I   In  Redevelopment  Area,  municipality  with 
population  ot  more  than  50,000 


»  2,989,324 


□   RELOCATION  GRANT 


□   REHABILITATION  GRANT 


G.    PROGRAM 


Previous  edition 


,  Title  I  of  the  Housing  Ac 

Li^  as  amended  to  date 


Title  1  of  the  Housing  Act  of  1949,  as  an 

I — I    prior  to  the  Housing  Act  of  1954 


H.    CATEGORY  OF  PROJECT  ELIGIBILITY 

Enter  Roman  number  designation  as  checked  on  Form  HUD-6120,   Summary  of  Project  Data: 

If  project  is  under  "disaster  area'*  provisions  of  Section  III  of  Title  I,  check  here:  □ 


I.     APPLICATION 

The  Applicant  hereby  applies  to  the  United  States  of  America  for  the  financial  assistance  indicated  in  Block  F 
above,  under  the  provisions  of  Title  I  as  identified  in  Block  G  above,  to  aid  in  financing  the  project  described 
in  this  application. 


J.     SUPPORTING  DOCUMENTATION 

The  documentation  submitted  in  support  of  this  application  shall  be  considered  part  of  this  application. 


K.    ESTIMATED  COMPLETION  DATE  OF  PROJECT  EXECUTION  STAGE:  

(Complete  the  following  estimated  time  schedule  of  major  steps  in  executing  the  protect) 


PROJECT  ACTIVITY 


DUMBER   OF   MONTHS 


TOTAL  FOR  ACTIVITY 
(o) 


FROM  CONTRACT  EXECUTION  TO 


1.  Rehabilitation  to  meet  project  completion 
requirements 


2.    Land  acquisition 


February   1973    June   1971 


3.   Relocation  of  site  occupants 


February  197]  June  1971 


4.    Demolition  and  site  clearance 


April  1971 


July  1971 


5.   Site  preparation,  including  installation 
of  project  improvements 


July  1971 


March  1S72 


6.    Disposition  of  land  in  project  area 


March  1972 


June  1972 


7.   Financial  settlement  and  project  completion 

(After  completion  of  above  activities ) 


36 


June  1972 


February  1973 


L.    PROJECT  AREA  BOUNDARIES    ^  f 

The  project  area  herein  described  is  the  identical  area  covered  by  the  Urban  Renewal  or  Redevelopment  Plan  as 


approved  by  the  governing  body  of  the  Local  Public  Agency  on 

(Describe  boundaries  of  project  as  set  forth  m  each  Plan  and  attach  to  this  application) 


M.     EXECUTION 

IN  WITNESS  WHEREOF,  the  applicant  has  caused  this  application  to  be  executed  in  its  name,  and  its  seal  to  be 


hereunto  fixed  and  attested,  this       1st 

CsealU 


day  of  February 


l92n. 


Boston  Redevelopment  Authority 

Corporate  Some  of  Applicant 


By. 


fz 


YXK^QAtA-*.^^ 


Dxrector 


Ninth  Floor,  City  Hall 


Boston,  Massachusetts 


City.  State,  and  ZIP  Code 


For  an  Application  for  Early   Land  Acquii 
tie».     Complete   Lines  2.   3,   and  4,  and   le 


?    For  an  Appli 
223891.P 


5.   6,   and  7   bla 


ve  date  of  the  Contract  for  Loan  and  Grant  for  project  execution  acliv 
ered  by  the  Urban  Renewal  or  Redevelopment  Plan  as  approved"  and 
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HUD-612  (12-67) 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


BOUNDARY  DESCRIPTION  CODE  NO.  R-201  (2) 


Beginning  at  the  intersection  of  the  westerly  sideline  of  Lewis 
Street  and  the  southerly  sideline  of  Webster  Street. 

Thence  turning  and  running  in  a  southwesterly  direction  along  the 
westerly  sideline  of  Lewis  Street  to  a  point  of  intersection  with 
the  extended  southerly  sideline  of  Marginal  Street. 

Thence  turning  and  running  in  a  southeasterly  direction  along  the 
southerly  sideline  of  Marginal  Street  approximately  360  feet. 

Thence  turning  and  running  in  a  northeasterly  direction  generally 
along  the  westerly  sideline  of  the  penn  Central  Railroad  to  a 
point  of  intersection  of  said  sideline  with  the  northerly  sideline 
of  Sumner  Street. 

Thence  turning  and  running  in  a  northwesterly  direction  along  the 
northerly  sideline  of  Sumner  Street  to  a  point  approximately  80 
feet  beyond  the  westerly  sideline  of  Havre  Street. 

Thence  turning  and  running  in  a  southwesterly  direction  along  the 
easterly  sideline  of  property  now  or  formerly  owned  by  Camilla  M. 
E.  Steinbrugge  to  a  point  of  intersection  with  the  extended 
center line  of  Webster  Street. 

Thence  turning  and  running  in  a  south  easterly  direction  along 
the  centerline  of  extended  Webster  Street  to  a  point  of  inter- 
section with  the  centerline  of  Mill  Street. 
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Thence  turning  and  running  in  a  southwesterly  direction  along 
the  centerline  of  Mill  Street  to  a  point  of  intersection  with 
the  extended  southerly  sideline  of  Webster  Street. 

Thence  turning  and  running  in  a  southeasterly  direction  along 
the  southerly  sideline  of  Webster  Street  to  a  point  of  inter- 
section of  said  sideline  with  the  westerly  sideline  of  Lewis 
Street,  which  is  the  point  of  beginning. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LABOR  STANDARDS  CODE  NO.  R-202 


An  approved  Form  HUD-547,  Determination  of  prevailing  Salaries  of 
Technical  Positions,  is  on  file  with  the  Boston  Redevelopment 
Authority. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  PHOTOGRAPHS  CODE  NO.  R-203 

Project  photographs  are  submitted  under  separate  cover  and  include: 

(1)  One  aerial  photograph  shoing  the  entire  project  area. 

(2)  A  series  of  four  close-up  photographs  illustrating 
structures  subject  to  clearance. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COMMUNITY  REQUIREMENTS  DATA  CODE  NO.  R-211 


Evidence  establishing  the  ability  of  the  City  of  Boston  to  meet 
all  the  general  plan  requirements  is  contained  in  the  latest 
submission  for  recertif ication  of  the  Workable  Program  for  Community 
Improvement. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT:        Basis  for  Boundary     CODE  NO.  R-212(l) 

Revisions 


Not  applicable. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT:        Project  Area  Maps      CODE  NO.  R-212(2) 

The  follov;ing  maps  are  submitted  herewith: 
Map  4:   Existing  Land  Use 
Map  5:   Building  Deficiencies  and  Proposed  Treatment 
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-    /Jj/Ty^       "   ^°     °''    ejlL0:N5S    TO 

//%////           BE    CLEARED    TO     =>'.»:. i 

^^sZ/y^j',             91-lGHTlNG    INFLUENCES 

■^'^^$<7/7 

7>vJ^  CLEARANCE                       ,_. 

Aj(//y>^  AREA 

^^:;^^^y  PROJECT                 ■  o  ■ 
^,^^4.  BOUNDARY 

/  y^Map    No.           5 

N^^^-CodeNo.        R-2i2 
\      N^^Date          Dec.  1369 

ffS'^'  ^ 

^LA; 

APPLICATION  FOR  LOAN  AIID  GRAr.T 
PART  I:      FIIiAL  PROJECT  REPORT 
PROJECT  I!0.  MASS.   R- 

Sumner  Street  Public  Housing 

Urban  Renews  1  Area 
Boston  Redevelopment  Authority 
Boston,   Massachusetts 


PROJECT  AREA  REPORT  Form  HUD-6120  CODE  NO.  R-212   (3)  (a) 


Form  HUD-6120  is  attached. 
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Form   Appr 
Budget   Bu-coo  No. 

ved 

63  R0884 

HUD.iSlK        - 

U.   S.   DEPARTMENT   OF   HOUSING  AND  URBAN   DEVELOPMENT 

SUMMARY    OF    PROJECT    DATA 
(Urban   Renewal    Program) 

PSC.'ICT      LOCALITY 

BOSTON.    MASSACHUSETTS 

iis^Rg^^i:  pmsst^o"^^^'^ 

MASS.    R- 

concjWISsional  district    in  *hiCH                                   | 
PROJECT   AREA    IS  snuATfo                     gth                 1 

INSnVCTIONS:       Pl<'C^    or.ginal     ar,d     2     rop.<-s     .n    B.nrfrr    ^o  .      /,     end    onf     copy     racJ.     .n     other     bindcrt.                                                                          | 

A.     CATEGORY    OF    PROJECT    ELIGIBILITY    (Chtck    one;     see    Vr(,an    Renexal    Uonuol.     Chapter     3-7) 

CATEGORY 

PRESENT    CHARACTER   OF    AREA 

EXTENT   OF    PRESENT 
DEVELOPMENT 

PROPOSED   REUSE 

[    J    ' 

Predominantly   residential 

Ruilt    up 

Any 

L  J  •> 

Predominantly    residential 

Predominantly   open    land 

Any                               j 

[  J  III 

Not    predominantly    residential 

Built    up 

Predominantly   residential 

[     J    IV 

Not    predominantly    residential 

Predominantly    open    land 

Predominantly    residential 

I     1   V          Nonresidential 
LJ                   Exception 

Not    predominantly    residential 

Ruilt    up 

Not    predominantly    residentia; 

r    -\   „,        NonreB  ident  iaI 
LJ    •'            Eiception 

Not    predominantly    residential 

Predominantly   open    land 

Not   predominantly   residential 

t     1              College,    University, 
I   J   ^"           or    Hospital 

Any 

Built    up 

Any 

r     1   .,,.,  College,    Cniversity, 
L   J   ^"I        or    Hospital 

Any 

Predominantly   open    land 

Any 

[J    IX 

- 

Open    land 

Predominantly    residential 

[]x 

- 

Open    land 

Not    predominantly    residential 

r    1              Area   Redevelopment 
L  J   •'^^            Eiception 

Not    predominantly    residential 

Built    up 

Not   predominantly   residential  , 

f  n   „,,     Area   Redevelopment 
L  J   '^■l          Eiception 

Not    predominantly   residential 

Predominantly    open    land 

Not    predominantly    residential 

^            Single   purpo 
L-^J^I|iublic   Housing 

36        Not   predomi- 
nant]v   residential 

Built   up 

Predominantly 
residential 

B.   TYPE  OF  TREATHEHT  OF  AREA 

[Xj    CLEARANCE   AEE.A   OSXY    (Ccplete    Blocks    C,    F.     end    G) 

[]    CONSERVATION  AREA   ONI-Y    (Complete    Blocks    C.    H.     and    I) 

[]  OMilNATION  OF  CLEAP-A.VCE  AM)  CONSERVATION  SECTIONS  (Co.pUte  Blocks   C   through   I) 

SUBMITTED    by: 

DIR 

^hX^UAA 

bate 

BOSTON   REDEVELOPx^IENT   AUTHORITY 

ECTOR 

Local    Public    Agency                                                                                                                        Title 

Psge   2   of    5 

HUD. 61-         - 

C.    ENVIRONMENTAL   DEFICIENCIES   (Check   and  complete   one) 

[  J   No  chanKe    in   descr ipt ioni    given   on   Form  H-6101,    Urban  Renewal   Area  Data. 

[3   See    following   deecriptions 

CONDITION 

DESCRIPTION    OF    EXTENT    TO   WHICH    CONDITION    EXISTS 

(Give    tourct    of    in/or. Of. on.        7/    orfrf.t.onal     tpace     is    required. 

continue    on    a    plain    theet    and    attach     to     this    form) 

1.    Overcrowding   or    improper    location 
of    structure*    on    the    land 

NOT    PRESENT 

2.    ExceSBive   dwelling    unit    density 

NOT    PRESENT 

3.    Conversions    to    incompatible    types    of 
uses,    such   »8    roominghouBes    among 
family   dwell ings 

NOT    PRESENT 

4.    Obsolete   building   types,    such   as    large 
residences    or    other    buildings   which 
through    lack   of    use    or   maintenance 
have   a    blighting    influence 

SEE   ATTACHMENT 

B.    Detrimental    land   uses   or  conditions, 
such  as    incompatible   uses,    structures 
in  mixed    use,    or    adverse    influences 
from  noise,    smoke,    or    fumes 

SEE   ATTACHMENT 

6.    Unsafe,    congested,    poor ly  des igned, 
or   otherwise  deficient   streets 

NOT    PRESENT 

7.     Inadequate   public   utilities    or 

cocmunity    facilities    contributing    to 
unsatisfactory    living   conditions    or 
economic   decline 

NOT    PRESENT 

8.    Other   eqnally   significant   environmental 
deficiencies 

NOT    PRESENT 
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DATA  ON  PROJECT  AREA 

(Conplf  t  f    this   page   only    if  project    area    includes  hoth   c  learance    and   conseriat  ion    sec t  ions ) 

D.  PRESENT  CHARACTER,  CONDITION  OF  BUILDINGS.  AND  PROPOSED  LAND  USES 

(Artas     shall     b>     !ho,n     to    nrarf,t     tenth    of    an    acre.     Total     area    ..ih.n  perimeter    hoiindarie,    of    the    project     shall     be 
accounted    for.     ,x.,pl""«  ""h    ""f     interior    area,    ,h,ch    have    been     excluded    fro.     the    project     area.       Hean, ng.    of    ter., 
are     identical     .  i  r  >.  those     m    Vrban    Keneval    Uanual.     Ch.     3-7,     and    material     m    Ch.     3-1    under     the    heading    "Building 

ITEM 

ACREAGE 

CONDITION  OF 
BUILDINGS 

ACREAGE 
BY 

PPOPOSEC 
LAND  USES 

T0T4L 

Br  PRESCM  CHARACTER 

BY  PROPOSED 
ACOUISIT ION 

IMPROVED 

UNIM- 
PROVED 

TOTAL 
BUI LDINGS 

NUMBER 
*ITH 
DEFI- 
CIENCIES 

WITH 
BLPGS.  OR 
STREETS 

W/OTHER 
IMPROVE- 
MENTS 

TO  BE 
ACQUIRED 

NOT 

TO  BE 

ACQUIRED 

TOTAL 

9.6 

5.6 

0 

4.0 

6.2 

0 

10 

10 

9.6 

1.  Streets,  Alleys,  Public 
Right»-of-W8y,  Total 

3.4 

3.4 

■:::y:::g^ 

0 

0 

0 

3.4 

a.  Major  Transportation 

0 

0 

0 

0 

0 

0 

(1)  With  Federal 
HiKh»-ay  Aid 

■ 

0 

(2)  Without  Federal 
Highway  Aid 

1 
t 

j 

1 

0 

b.  Other  Streets.  Alleys. 
Public  Rights-of-Way 

3.4 

3.4 

0 

0 

0 

l\\V-^\\::\i:   ■■ 

3.4 

2.  Residential,  Total 

.2 

.2 

0 

0 

.2 

0 

1 

1 

6.2 

a.  Dwel  ling  Purposes 

.2 

.2 

0 

0 

0 

1 

1 

6.2 

b.  Related  Public  or 
Semipubl ic  Purposes 

0 

0 

0 

0 

0 

0 

0 

0 

0 

3.  Nonresidential,  Total 

6.0 

2.0 

0 

0 

6.0 

0 

9 

9 

0 

a.  Ccomercial 

.5 

.5 

0 

0 

.5 

0 

2 

2 

0 

b.  Industrial 

1.5 

1.5 

0 

0 

1.5 

0 

7 

7 

0 

c.  Public  or  Semipublic 
(Institutional) 

0 

0 

0 

0 

0 

0 

0 

0 

0 

d.  Open  or  Unimproved 
Land  Not  Included  in 
3a,  b,  or  c  above 

4.0 

4.0 

4.0 

0 

E.  CONTEMPLATED  TREATMENT 

ITEM 

TOTAL  NUM8ER 

NUMBER  TO  BE 
CLEARED 

NUMBER 
DESIGNATED  FOR 
REHABILITATION 

NUMBER  TO  BE 
RETAINED 
WITHOUT 
TREATMENT 

NUMBER 

FOR  WHICH 

TREATMENT  NOT 

YET  dete'^mike: 

1.  Area  Cm  Acres)    of  Parcels  With 
Buildings 

6.2 

6.2 

0 

0 

0 

2.  All  Buildings 

10 

10 

0 

0 

0 

a.  Residential  Buildings 

1 

1 

0 

0 

0 

b.  Nonresidential  Buildings 

9 

9 

0 

0 

0 

3.  All  Dwelling  Unit- 

2 

2 

0 

0 

0 

«.  In  Buildings  With  Deficienciei 

2 

2 

0 

0 

0 

b.  In  Standard  Buildings 

0 

0 

0 

0 

0 

Pago  4  of  6 

HUD-6i:0    - 

DATA  ON  CLEARANCE  AREA,  OR  CLEARANCE  SECTIONS  OF  PROJECT  AREA 

F.  PRESENT  CHARACTER,  CONDITION  OF  BUILDINGS,  AND  PROPOSED  LAND  USES 

(Arra,     .hall     be     shcn     to  near,.,     tenth    of    an     acrr.        Itean,ng,    of     ttr.,     ar.     .d^nccal  ,  ■  t  fc  the.     .n  Urban    H.newal 
Uanual       Ch.     3-2;     .alfrial  m  Ch.     3-1    under     the    htadxng    "Building    0, / . c . f n c t f s " ;  and    criteria     m  Ch.      10-1     for 
'Clearance    and    He dev e I cp men t " ) 

ITEM 

ACREAGE                    1 

CONDITION  OF  BUILDINGS 

ACREAGE 

PROPOSED; 
LAND   1 
USES   || 

TOTAL 

BY  PRESENT  CM4RACTER 

BY  PROPOSED 
ACOUISIT ION 

TOTAL 
BUILD- 
INGS 

NUMBER 

WITH 

DEFI- 
CIENCIES 

NUMBER 
STRUC- 
TURALLY 

SUB- 
STAND- 
ARD RE- 
QUIR  ING 
CLEAR- 
ANCE 

NUMBER 
*ARRANT 
ING 
CLEAR- 
ANCE TO 
REMOVE 
BLIGHT- 
ING in- 
fluence; 

IMPROVED 

UNIM- 
PROVED 

WITH 
BUI LO- 
INGS  OH 
STREETS 

WITH 

OTHER 

PHOVf - 
MENTS 

TO  BE 

AC- 
QUIRED 

NOT  TO 
BE  AC- 
QUIRED 

TOTAL 

6.2 

2.2 

0 

4.0 

6.2 

0 

10 

10 



5 

5 

6.2 

1.  Streets, Alleyi,  Public 
Right*- of- Way,  Total 

0 

0 

0 

0 

0 

1 

0 

a.  Nfajor  Transportation 

0 

0 

0 

0 

0 

1      \      i    ■■ 

0 

(1)  With  Federal 
Highway  Aid 

1 

; 

;        : 

i         i 

0 

(2)  Without  Federal 
Highway  Aid 

" 1^"" \   " 

0 

b.  Other  Streets, Alleys, 
Public  Rights-of-Way 

0 

0 

0 

0 

0 

:;;::;;:.;;.■: 

■  ,:■■■:■:■:■(■ 

0 

2.  Residential,  Total 

.2 

.2 

0 

0 

.2 

0 

1 

1 

1 

0 

6.2 

a.  D»elling  Purposes 

.2 

.2 

0 

0 

.2 

0 

1 

1 

1 

0 

6.2 

b.  Related  Publ ic  or 
Semipubl ic  Purposes 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

3.  Nonresidential,  Total 

6.0 

2.0 

0 

0 

6.0 

0 

9 

9 

4 

5 

°    1 

a.  Comnercial 

.5 

.5 

0 

0 

.5 

0 

2 

2 

1 

1 

0 

b.  Industrial 

1.5 

1.5 

0 

0 

1.5 

0 

7 

7 

3 

4 

0 

c.  Publ ic  or  Semipubl ic 
(Institutional) 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

d.  Open  or  Unimproved 
Land  Not  Included  in 
3a,  b,  or  c  above 

4.0 

4.0 

4.0 

0 

G.  CONTEHPLATED  TREATMENT 

ITEM 

TOTAL  NUMBER 

NUMBER  TO  BE 
CLEARED 

NUMBER 
DESIGNATED  FOR 
REHABILITATION 

NUMBER  TO  BE 
RETAINED 
WITHOUT 
TREATMENT 

NUMBE? 
FOR  WHICH    1 
TREATMENT  NOT  ] 
YET  DETEP-'-INSr 

1.  Area  (  m   Acres)    of  Parcels  With 
Buildings 

6.2 

6.2 

0 

0 

0 

2.  All  Buildings 

10 

10 

0 

0 

0 

a.  Residential  Buildings 

1 

1 

0 

0 

0 

b.  Nonresidential  Buildings 

9 

9 

0 

0 

0 

3.  All  Dwelling  Units 

2 

2 

0 

0 

0 

a.  In  Buildings  With  Deficiencies 

2 

2 

0 

0 

0 

b.  Id  Standard  Buildings 

0 

0 

0 

0 

0 
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DATA  ON  CONSERVATION  AREA,  OR  CONSERVATION  SECTIONS  OF  PROJECT  AREA 

H.  PRESENT  CHARACTER.  CONDITION  OF  BUILDINGS,  AND  PROPOSED  LAND  USES    NOT  APPLICABLE                    / 

(Arrnt     shall     6  <■  W.o.n  (o  nrartsl     1  r  r,  I  h     of    an     acrr.        Mraning!    of     ttrms     arr     idrnttcal     1. 1  f  h  ihoif     in  Vrban    t\rnr,cl 
Manual.     Ch.     J-2;  material     in  Ch .     3-1    under     the    heading     "Building    I)e  f  i  c  i  end  e :" :     and    crilfrio  in  Ch.      10-1     for 
"clearance    and    Redevelopment" ) 

1  TEM 

ACREAGE 

CONDITION  OF  BUILDINGS 

acp_e:;.e 

PRCPcsr: 
Lis: 

LSJ5 

TOTAL 

Br  PRESENT  CHARACTER 

BY  PROPOSED 
ACQUISIT ION 

TOTAL 
BUILD- 
INGS 

»ITM 
DEFI- 
CIENCIES 

NUMBER 
STRUC- 
TURALLY 

SUBr 

STANO- 
ARp  RE- 
OUIRING 

-'clear- 
ance 

NUMBER 

ING 
CLEAR- 
ANCE TO 
REMOVE 
BLIGbT- 

■LUENCE- 

IMPROVED 

PROVED 

WITH 
BUI  10- 
INGS  OR 
STREETS 

WITH 
OTHER 

IM- 
PROVE- 
MENTS 

TO  BE 

AC- 
OUIRED 

NOT  TO 
BE  AC- 
OUIRED 

TOTAL 

/ 

1.  Streets,  Alleys.  Public 
Rights-or-Way,  Total 

a.  Ntojor  Transportation 

'■::..:■.. 

/ 

(1)  With  Federal 
Highway  Aid 



^ 

(2)  Without  Federal 
Highway  Aid 

b.  Other  Streets,  Alleys, 
Public  Rights-of-Way 

/'' 

„   ,    ,   i 

2.  Residential,  Total 

/ 
/ 

a.  Dwell ing  Purposes 

/ 

/ 

b.  Related  Publ  ic  or 
Semipublic  Purposes 

/ 

3.  Nonresicient  ial.  Total 

a.  Conmercial 

b.  Industrial 

c.  Public  or  Semipublic 
(Institutional) 

d.  Open  or  Unimproved 
Land  Not  Included  in 
3a,  b,  or  c  above 

1.  CONTEMPLATED  TREATMENT                                                                                   1 

1  TEM       / 

TOTAL  NUMBER 

NUMBER  TO  BE 
CLEARED 

NUMBER 
DESIGNATED  FOR 
REHABILITATION 

NUMBER  TO  BE 
RETAINED 
WITHOUT 
TREATMENT 

NUMB'" 

FOR  *'Hi:- 

TREATMENT  '.:- 

YET  PETE--  •■" 

1.  Area  (m    Acre^)    of  Parcels  With 
Buildings 

\ 

2.  All  Buildings 

a.  Residential  Buildings 

b.  Nonresidential  Buildings 

3.  All  D*elling  Units 

a.  In  Buildings  With  Deficiencies 

b.  In  Standard  Bui  Idinfrs 
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APPLICATION  K)R  LOAN  AND  GMNT 
PART  I:   FINAL  PRO^IECT  REPORT 
PROJECT  iro.      'MASS.  R- 

Sunncr  Street  Public  Housinc 

Urban  Renew-.  1  Area 
Boston  Redevclopr.ent  Authority 
Boston,  I'£sGechusetts 


Attachment  to  Form 
PROJECT  ARE.^  REPORT    HUD-6120.  CODE  NO.  R-212  (3)  (a) 


The  project  area  contains  two  major  environmental  deficiencies: 

^^J   Obsolete  building  tvtpes,  s^x.rh   as  large  warehouses  or 

other  industrial  buildings  which  through  lack  of  use  or 
maintenance  have  a  blighting  influence 

The  multi-story  warehouse  buildings  no  longer  meet  the 
needs  of  present  day  industrial  activities.  Extensive 
defects  and  the  lack  of  elevators  in  all  of  the  build- 
ings make  them  unsuitable  for  improvement  or  conversion 
to  public  housing. 

Source:   Boston  Redevelopment  Authority  building  condi- 
tion survey.  City  of  Boston  Building  Department  records. 

Detrimental  land  uses  or  conditions,  such  as  incompatible 
uses,  structures  \.;it:h  mixed  use,  or  adverse  influences 
from  noise,  smoke,  or  fumes. 

The  majority  of  the  buildings  are  vacant  or  grossly 
underutilizied  and  one  has  been  severely  damaged  by  fire, 
lack  of  adequate  maintenance  is  prevalent  among  most  of 
the  buildings  and  this  further  adversely  affects  the  nearby 
residential  properties. 

Source:   Boston  Redevelopment  Authority  building  condition 
survey. 


(2) 
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APPLICATION  FOR  LOAN  AIJD  GRAIJT  .  f-irZ'- 

PART  I:  YlVJiL   PROJECT  REPORT 
PROJECT  ro.        MASS.  R- 

Suinner  Street  Public  Housing 

Urban  Renewel  Area 
Boston  RedeveloDir.ent  Authority- 
Boston,  Massachusetts 


Statement  of  Basis 
PROJECT  AR.A  REPORT     for  Project  Area  Data  ^0^^  ^«°-  ^-^'^   (3)  (b) 


Surveys  and  studies  with  respect  to  the  present  character 
and  condition  of  the  Sunaner  Street  Public  Housing  Urban 
Renewal  Area. and  of  the  surrounding  neighborhood  were  carried 
out  between  1961  and  1969  by  employees  of  the  Boston 
Redevelopment  Authority. 

These  surveys  and  studies  included,  among  other  things,  the 
investigation  and  analysis  of  existing  land  use,  building 
and  dwelling  unit  conditions,  environmental  conditions,  and 
social  and  economic  characteristics.   From  these  data,  Map  4  : 
Existing  Land  Use,  and  Map  5:  Building  Deficiencies  and  Pro- 
posed Treatment,  were  prepared. 

Eligibility  in  terms  of  building  deficiencies  was  established 
for  the  Sumner  Street  Public  Housing  Project  Area  by  means  of 
exterior  and  interior  surveys  of  all  buildings  undertaken  in 
tho  summer  of  1969.   Each  building  was  classified  as  satisfactory 
having  minor  or  extensive  defects,  or  having  major  defects. 
Any  building  which  was  not  identified  as  satisfactory  was  con- 
sidered to  be. deficient . 
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In  determining  structural  conditions,  the  following  criteria 
were  used. 

A.  l-lajor  Deficiencies 

1,  Foundations  rotted,  sinking  or  deteriorated. 

2,  Walls  out  of  plumb  or  horizontal  alignment. 

3,  Roof  sagging  or  unsound. 

4,  Exterior  walls  cracked,  broken,  or  deteriorated. 

B.  Minor  Deficiencies 

1.  Structure  in  need  of  paint. 

2.  Siding  loose,  missing,  or  deteriorated. 

3.  Structure  in  need  of  pointing 

4.  Roof  material  or  flushing  loose  or  missing. 

5.  Chimney  in  need  of  pointing  or  replacement. 

6.  Gutters,  downspouts  deteriorating  or  missing. 

7.  Stairs  loose,  deteriorated,  sinking,  or  missing. 

8.  Doors  broken,  loose,  or  deteriorated. 

9c   Window  frames,  sashes  deteriorated  or  missing;  glass 
borken. 

10.  Fire  escapes  broken,  rusted,  or  loose. 

11.  Flooring  worn,  loose,  or  missing;  floors  warped  or 
deteriorated. 

12.  Evidence  of  dampness  penetration  in  basement,  interior 
walls. 

13.  Inadequate  electrical  service  and  wiring 

14.  Sanitary  facilities,  heating  system  unoperable 

15.  Interior  wall  partitions  not  fire  resistive 

16.  Lack  of  adequate  fire  protection. 


A  building  was  considered  to  be  deficient  if  it  contained 
one  or  more  major  deficiencies  or  two  or  more  minor 
deficiencies. 

Based  on  the  100  percent  exterior  and  interior  survey  of 
the  Project  Area,  all  buildings  were  found  to  be  deficient, 
The  project  area  thus  is  clearly  eligible  for  Title  I 
assistance. 
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APPLICATION  FOR  LOAN  AID  GRAOT  CXlfOr^ 

PART  I:      FIK^L  PROJECT  REPORT 
PROJECT  lO.  MASS.   R- 

Svimner  Street  Public  Housinc  ■  ■•    - 

Urban  RencvEl  Area 
Boston  RedevelODir.ent  Authority 
Boston,    Massachusetts 


PROJECT  AREA  REPORT           Assignment    of                          ^^^^  jjO^   p_2^  (3)  (c) 
Residential    Character         

Not   applicable.      The   project   is   eligible   as   a  Category  XIV, 

Single   Purpose   Public  Housing  Project. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:      FlllMj  PROJECT  REPORT 
PROJECT  NO.  MASS.   R- 

Sumner  Street  Public  Housing 

Urban  Renewal  Area 
Boston  RedevelDcr.ent  Authority 
Boston,    Massachusetts 


Distribution   of  .    ,  ,  ,, 

PROJECT  AREA  REPORT  Deficiencies  ^^^  ^''°-   ^"^^  (3)  (c) 


Not   applicable.      No   sizable   area   of   the   project    fails  to 
meet   the    "Distribution  of  Deficiencies"    test. 
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APPLICATION  FOR   LOAN  AIID  GRAOT 
PART  I:      YIVJ^L  PROJECT  REPORT 
PROJECT  m.  MASS.   R- 

SuBiner  Street  Public  Housinc 

Urban  Renews  1  Area 
Boston  RcfievelODment  Authority 
Boston,   Massachusetts 


Non-residential 
PROJECT  AREA  REPORT  Exception   Project  «^^^  ''^'   ^"^^  ^^^ 


Not   applicable.      This  project   qualifies  under  Category  XIV 
as  a   Single   Purpose  Public  Housing  Project. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.         MASS.  R- 

Sumner  Street  Public  Housing 

Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


Section  112 
PROJECT  AREA  REPORT      Qualifications       CODE  NO.  R-212  (5) 


No  noncash  local  grant-in-aid  credit  under  Section  112  of 
Title  I  will  be  claimed  at  this  time. 
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APPLICATTOIJ  FOR  LOAN  Am  GRAIfT 
PART  I:      FII;AL  PROJECT  REPORT 
PROJECT  IK).  MASS.    R- 

Sunner  Street  Public  Housj nc 

Urban  Renevcl  Area 
Boston  Redevelopnont  Authority- 
Boston,   hlassEchusetts 


Clearance  and 

PROJECT  ARE-\  REPORT   Redevelopment  Proposals  CODE  NO.  R-212   (6) 


The  Sumner  Street  Public  Housing  Project  Area  is  built-up 
and  meets  the  criteria  established  with  respect  to  conditions 
warranting  clearance  . 

Extent  of  Present  Development 

One  hundred  percent  of  the  total  project  area  is  built-up, 
as  defined  by  REiA  7205.1  Chapter  2,  of  the  Urban  Renewal 

Handbook, 

All  of  the  ten  buildings  not  including  accessory  outbuildings 
are  structurally  substandard  to  a  degree  requiring  clearance 
and  qualify  the  area  for  clearance  and  redevelopment. 

Extent  of  Clearance 

Clearance  and  redevelopment  are  proposed  for  6.2  acres,  or 
65  percent  of  the  total  project  area. 

The  clearance  area  contains  10  buildings,  of  which  100  per- 
cent (10  buildings)  are  structurally  substandard  to  a  degree 
requiring  clearance. 
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In  addition  to  eliminating  structural  deficiencies,  all  of 
the  buildings  in  the  project  area  warrant  clearance  in  order 
to  achieve  the  specific  plan  objective  of  providing  a  site 
for  needed  low-rent  public  housing  as  a  relocation  relocation 
resource  to  serve  primarily  nearby  Urban  Renewal  Areas  and/ 
or  to  remove  the  following  blighting  influences: 

(1)  Obsolete  and  deteriorating  building  types  and 
buildings  with  extensive  minor  defects  v/hich  are 
unsuitab''  2   for  improvement  or  conversion,  and  which 
in  turn  hinder  the  practicability  of  rehabilitation 
of  nearby  residential  properties. 

(2)  Detrimental  conditions,  including  vacant  and  un- 
used buildings,  which  adversely  affect  the  surround- 
ing neighborhood. 

Substandard  Building  Classification 

The  condition  of  structures  in  the  project  area  as  a  whole 
was  determined  by  means  of  a  detailed  exterior  and  interior 
survey  of  all  buildings,  undertaken  in  the  summer  of  1969. 
For  each  building,  the  major  and  minor  elements  listed  below 
were  examined.   The  results  were  recorded  on  a  "Building 
Examination  Schedule",  and  each  element  was  scored  using  a 
code  of  one  (no  deficiency  or  deterioration)  to  four  (deficiency 
or  deterioration  covering   more  than  50  percent  of  the  area, 
length,  or  unit) , 

A.   Defects  to  Major  Structural  Elements 

1.  Roof;   sags  or  is  out  of  line 

2.  Outside  Walls; 

h.      siding  loose,  missing  or  deteriorated 

b.  out  of  plumb 

c.  out  of  line 

3.  Foundations  (exterior): 

a.  surface  loose,  broken  or  deteriorated 

b.  sinking  or  out  of  line 
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B .   Defects  to  Minor  Structural  Elements 

1.  Windows:   frames,  sashes,  or  glass  broken,  missing, 

loose,  or  deteriorated 

2.  Roof  material;   loose,  missing,  or  deteriorated 

3.  Chimney;   deteriorated  or  out  of  plumb 

4.  .Gutters_and  Dovmspouts:   loose,  missing  or 

deteriorated 

5.  Cornices;   loose,  missing,  orjfeteriorated 

6.  Outside  Walls;   finish  loose,  missing  or  deteriorated 

7.  Doors;   sagging,  missing,  or  deteriorated 

8.  Exterior  Stairs: 

a.  steps  worn,  broken,  or  deteriorated 

b.  railings  missing  or  broken 

9.  Porches  and  Balcom'p.'^:. 

a.  flooring  Joose,  missing  or  deteriorated 

b.  railings  loose,  missing  or  deteriorated 

c.  foundations  or  piers  deteriorated  or  out  of 
line  or  plumb 


10.  Inside  Walls  and  Ceilings, 

a.  finish  worn,  loose,  or  missing 

b.  cracks  in  base  material 

c.  base  material  loose,  missing,  or  broken 

11.  Floors; 

a.  finish  worn,  loose,  or  missing 

b.  flooring  worn,  loose  or  missing 

c.  floor  sagging  or  pitched 

12.  jPenthousg; 

a.  stairs  worn,  sagging,  or  deteriorated 

b.  walls,  cracked,  broken,  or  deteriorated 

c.  windows  and  skylights  deteriorated 

d.  windov/s  and  sJcylights  opaque  and/or  obstructed 
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13.  Public  Corridors; 

a.  walls  cracked,  broken,  or  deteriorated 

b.  ceilings  cracked,  broken,  or  deteriorated 

c.  floors  v;orn,  sagging,  or  deteriorated 

d.  stairs  worn,  sagging,  or  deteriorated 

e.  railings  loose,  broken,  or  missing 

f.  lighting  fixtures  not  present 

g.  lighting  not  operable 
h.  debris  present 

i.  obstructions  present 

14.  Interior  Lobby  and  Stairs; 

a.  walls  cracked,  broken,  or  deteriorated 

b.  ceilings  cracked,  broken,  or  deteriorated 

c.  floors  worn,  sagging,  or  deteriorated 

d.  stairs  worn,  sagging,  or  deteriorated 

e.  railings  loose,  broken,  or  missing 

f.  lighting  fixtures  not  present 

g.  lighting  note  operable 
h.  debris  present 

i.  obstructions  present 

15.  Basement; 

a.  foundation  walls  deteriorated 

b.  columns  and  piers  loose,  missing,  or  deteriorated 

c.  ceiling  loose,  missing,  or  deteriorated 

d.  framing  split,  deteriorated 

e.  impervious  floor  brolcen,  deteriorated,  or  missing 

f.  doors  and/or  bulkheads  deteriorated 

g.  windov;s  and/or  sliylights  deteriorated 

h.  windov;s  and/or  skylights  opaque  and/or  obstructed 

i.^  stairs  deteriorated 

j.  lighting  fi::tures  not  present 

k.  lighting  not  operable 

1.  cellar  not  properly  ventilated 

m.  debris  present 

n.  vermin  infestation  present 

o,  dampness  and/or  water  present 

p.  leaks  and  corrosion  in  plumbing 

q.  boiler  room  not  enclosed  and/or  ventilated 

r.  boiler  room  door  not  metal  clad  and/or  self 
closinq 
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C.  Defects  to  Utility  Elements 

1.  Heat  and  Hot  Water.- 

a.   central  heating  inoperable  or  deteriorated 

2.  Water  Supply  ; 

a.  piped  cold  running  water  not  present 

b.  continuous  hot  running  v;ater  not  present 

c.  obsolete  hot  water  heater 

3  .   Sanitary  Facilities  .♦ 

a.  toilet  not  v/ithin  dv/elling  unit  or  floor 

b.  toilet  facilities  obsolete  or  inoperable 

c.  toilet  compartment  not  ventilated 

d.  lavatory  not  within  dwelling  unit  or  floor 

4«   Electrical ; 

a.  two  electrical  outlets  not  present  in  each  room 

b.  installed  fixtures  not  operable 

c.  wiring  not  enclosed 

d.  electrical  service  obsolete  and  inadequate 

5.   Fire  Protection; 

a.  sprinklers  not  present 

b.  fire  detectors  not  present 

c.  emergency  lighting  not  present 

D.  Defects  to  Egress  Elements 

1,  Interior  Egress; 

a.  two  means  of  egress  not  present  within  each 
dwelling  unit  or  floor 

b.  interior  stairs  deteriorated  or  unsafe 

c.  interior  stairs  not  enclosed 

2 .  Fire  Escape.- 

a.   fire  escapes  not  present 
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The  survey  was  evaluated  to  determine  which  buildings 
were  sound,  deficient,  or  structurally  substandard  to 
a  degree  requiring  clearance. 

A  building  was  classified  as  sound  if  it  (1)  did  not 
contain  any  defects  or  (2)  contained  only  one  defect 
to  a  minor  structural,  utility  or  egress  element. 

A  building  was  determined  to  be  deficient  if  it  contained 
(1)  at  least  one  deficiency'  to  a  major  structural  element 
or  (2)  two  or  more  defects  to  minor  structural,  utility 
or  egress  elements. 

A  deficient  building  was  considered  to  be  substandard 
requiring  clearance  if  it  contained  (1)  two  or  more 
defects  to  major  structural  elements  or  (2)  one  defect 
to  a  major  structural  element  and  ten  defects  to  minor 
structural,  utility,  or  egress  elements. 

A  defect  was  found  to  be  present  if  the  deterioration 
exceeded  25  percent  of  the  length,  area,  surface,  or 
number  of  the  items  surveyed  in  a  building. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.   MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT:   Conformity  to  Workable       CODE  NO.  R-212  (7) 
Program  for  Community 
Improvement 


The  primary  objective  of  urban  renewal  actions  in  the  project  area, 
which  is  to  provide  a  site  for  low-rent  public  housing  for  the 
elderly  to  serve  primarily  as  a  relocation  resource  and  as  a  new 
source  for  elderly  housing,  is  in  conformity  with  the  proposals 
outlined  in  the  latest  submission  of  the  Workable  Program  for  Community 
Improvement. 

Construction  of  low-rent  housing  for  the  elderly  in  the  project  area 
will  contribute  towards  fulfilling  specific  proposals  for  additional 
low-rent  units. 
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Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


URBAN  RENEV7AL  PLAN  CODE  NO.  R-213 


The  Urban  Renewal  plan  is  attached, 
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INTRODUCTION 

This  instrument,  together  with  the  maps  attached  hereto,  is 
aJi  Urban  Renewal  Plan  (hereinafter  called  "Plan")  prepared 
by  the  Boston  Redevelopment  Authority  (hereinafter  called 
the  "Authority")  for  the  undertaking  by  the  Authority  of  an 
urban  renewal  project  in  that  area  of  the  City  of  Boston, 
Massachusetts,  described  in  Chapter  I  hereof,  under  Title  I 
of  the  Federal  Housing  Act  of  1949,  as  amended,  and  Chapter 
121  of  the  General  Laws  (Ter.  Ed.)  of  Massachusetts.   Said 
maps,  all  dated  1969,  are  respectively  numbered  and  entitled 
as  follows: 

Map  1,  "Property  Map" 

Map  2,  "Disposition  Parcel  and  Proposed  Land  Use 

Map  3,  "Existing  and  Proposed  Zoning" 


CHAPTER  I:   DESCRIPTION  OF  PROJECT 


Section  101:   Project  Area  Bounrlaries 

The  area  to  which  this  Plan  applies,  hereinafter  referred  to 
as  the  "Project  Area",  is  that  portion  of  the  City  of  Boston, 
Suffolk  County,  Massachusetts,  shown  within  the  project 
boundary  on  Map  1,  "Property  Map",  and  bounded  and  described 
as  follows: 

BEGINNING  at  the  southwest  comer  of  the  intersection  of 
Webster  Street  and  Lewis  Street; 

Thence  turning  and  running  southwesterly  along  the  north- 
westerly sideline  of  Lewis  Street  to  the  extended  south- 
westerly sideline  of  Marginal  Street; 

Thence  turning  and  running  southeasterly  along  the  south- 
westerly sideline  of  Marginal  Street      feet; 

Thence  turning  and  running  northeasterly  to  the  north- 
east corner  of  Bremen  and  Sumner  Streets; 

'  Thence  turning  and  running  northwesterly  along  the  north- 
easterly sideline  of  Sumner  Street  to  a  point      feet 
beyond  the  northwestern  corner  of  Havre  Street; 

Thence  turning  and  running  south^^;esterly  and  parallel  to 
the  northwesterly  sideline  of  Mill  Street         feet; 

Thence  turning  and  running  southeasterly  and  parallel  to 
the  southwesterly  sideline  of  Webster  Street     feet; 

Thence  turning  and  running  southwesterly  and  parallel  to 
the  southeastern  sideline  of  Mill  Street     feet; 

Thence  turning  and  running  southeasterly  along  the  south- 
westerly sideline  of  Webster  Street  to  the  point  of 
beginning . 


CHAPTER  II:   OBJECTIVES 


Section  201:   Urban  Renewal  r:.  .„.  Objectives 


The  basic  objectives  of  urban  rcr  3wal  action  in  the 
Project  Area  are: 

(1)  to  provide  a  site  for  low- rent  public 
housing  to  meet  the  needs  of  low-income 
families  and  indiviuu:ils> 

(2)  to  implement  and  advc.nce  the  National 
Goal  of  increasing  the  existing  housing 
supply  for  low-incorr .  Tamilies  and  individuals; 

(3)  to  expedite  the  pro/i.'^ion  of  needed  low- 
rent  public  housing  units; 

(4)  to  eliminate  obsolc'.  ^,  incompatible,  and 
deteriorating  buildingr;  which  depress  the 
physical  condition  and  character  of  the 
area  and  contribute  f.c  the  growth  of  blight. 


Section  202:   General  Design  Objectives 
The  design  objectives  are  as  follows: 

1.  To  use  and  to  capitalize  on  the  urban  nature  of  the  area 
in  all  new  development,  and  to  encourage  the  activity 
necessary  for  fruitful  urban  life. 

2.  To  insure  that  this  new  development  is  properly  made  a  part 
of  its  surrounding  neighborhood,  and  to  insure  that  it 

is  not  isolated  from  the  activity  of  that  neighborhood. 

3.  To  make  the  proper  connections  and  separations  (visual, 
audio,  pedestrian,  and  automobile  access)  among  and 
between  this  project  and  the  neighborhood  in  which  it 
is  located. 

a)  Recognize  the  public  nature  of  adjacent  Maverick  Square 
in  design  so  as  to  insure  the  proper  relationship  of 
this  project  to  its  existing  uses  and  activities. 

b)  Take  into  consideration  the  non-residential  aspects 
of  nearby  industrial  and  railroad  uses  in  the  design 
of  new  development. 

c)  Provide  pedestrian  and  visual  easements  through 
the  project. 

d)  To  restrict  access  to  off-street  parking  and  loading 
areas  to  service  streets  whenever  possible. 

4.  To  provide  housing  units  which  are  the  most  suitable  in 
design  and  location  to  those  for  whom  they  are  intended. 

5.  To  provide  outdoor  spaces  for  recreation  and  sitting  which 
are  safe  and  useable  by  both  adults  and  children,  and  which 
make  the  necessary  connections  between  dwellings  and  the 
larger  neighborhood  beyond. 

6.  To  provide  facilities  and  spaces  v;hich  are  available 

to  the  neighborhood  in  general  and  the  project  occupants 
in  particular. 

7.  To  minimize  the  possible  adverse  effects  of  some  construction 
by  the  careful  consideration  of  sun,  obstruction  of  view, 

air  circulation,  etc. 


CHAPTER  III:   PROPOSED  RENEWAL  ACTION 


Section  301:   Proposed  Types  of  Renewal  Action 

Proposed  types  of  renewal  action  within  the  Project  Area  are 
a  combination  of  clearance  activities,  changes  in  land  use, 
provision  of  housing  for  low-income  families,  and  individuals 
and  zone  district  changes. 


Section  302:   Clearance  and  Redevelopment  Activities 
Clearance  and  redevelopment  activities  will  include: 

(1)  the  acquisition  of  real  property; 

(2)  the  clearance  of  buildings  from  land; 

(3)  the  disposition  of  land  for  use  in  accordance 
with  the  land  use  requirements,  building 
requirements  and  other  provisions  of  the  Plan. 


CHAPTER  IV:   LAND  ACQUISITION 


Section  401:   Identification 


IV^^^'V  ^^   ^^g^i^^d  ^y   the  Authority  is  designated  on 
Map  1,  "Property  Map",  as  "Property  to  be  Acquired". 


CHAPTER  V:   RELOCATIOIT  OF  FAf-li:..  i:S  ATID  BUSINESSES 


Section  501:   Families  and  Businesses  to  be  Displaced 

There  are  2  families  and  llbus.ij-tesses  to  be  displaced 
from  the  Project  Area.   Information  about  the  characteristics 
and  relocation  needs  of  these  f^-nilies  ai-id  businesses  was 
obtained  by  surveys  conducted  Dj    the  Boston  Redevelopment 
Authority  in  the  fall  of  1969. 


Section  502:   Availability  of  Relocation  Housing 

Sufficient  suitable  housing  accommodations  are  available  for 
the  2  families  to  be  displaced.   For  families  eligible  for 
public  housing,  the  rental  charged  for  public  housing 
accommodations  are  by  definition  within  the  financial  reach 
of  such  families.   For  families  ineligible  for  public  housing 
or  presumed  to  be  .  ineligible  for  such  housing,  a  rental  ot 
25%  of  income  is  deemed  to  be  within  the  financial  reach  of 
such  families.   This  ratio  ccr.Tzjrms  to  accepted  standard 
practice.   For  families  desirous  of  sales  housing,  a  purchase 
price  of  twice  the  annual  income  of  the  family  is  deemed 
within  the  financial  reach  of  such  families. 


Section  503:   Relocation  Program 

The  Boston  Redevelopment  Authority  will  prepare  and  carry 
out  a  suitable  relocation  proc>-  m  which  ^'ill  include: 

1.  A  trained  relocation  staff  which  will  determine  the  needs 
of  individuals,  families  and  businesses  to  be  relocated 
and  which  will  render  appropriate  assistance  to  them; 

2.  Payments  for  moving  expenses,  as  permitted  under  applic- 
able regulations,  to  eligible  individuals,  feimilies  and 
businesses;  - 

3.  Special  attention  to  the  relocation  problems  of  low  in- 
come and  elderly  individuals  or  families; 

4.  The  establishment  of  standa:.ds  for  relocation  which  v;ill 
take  into  account  the  ability  to  pay,  the  location  prefer- 
ences and  the  space  requirements  of  i  he  individuals, 
families  and  businesses  to  b^  rclocat  d; 

5.  Inspection  of  temporary  or  ncrmanent-  relocation  accc^-^oda- 
tions  to  assure  that  they  are  in  cmp"!  .i.ancc  with  applic- 
able codes  and  oruinanccr; . 


CHAPTER  VI:   LAND  USE  AND  BUILDING  REQUIREMENTS 


Section  601:   Proposed  Land  Use  Plan 

The  proposoc]  use  of  land  in  the  Project  Area  is  shown  on  Map  2, 
"Proposed  Land  Use", 


Section  602:   Use  and  Development  Controls  on  Disposition  Parcel 

The  use  and  development  of  the  Disposition  Parcel  and  improvements 
thereon  shall  comply  with  the  following  provisions  and  with 
Section  603. 

(1)  Permitted  Land  Use 

The  permitted  land  use  "ball  be  residential  including 
the  provision  of  low-rent  public  housing. 

The  permitted  use  shall  include  all  accessory  and 
ancillary  uses  customarily  or  reasonably  incident 
to  the  specified  use. 

(2)  Maximum  Floor  Area  Ratio 

The  maximum  floor  area  ratio  shall  be  2. 

Maximum  floor  area  ratio  shall  mean  the  maximum 
permissible  ratio  of  gross  floor  area  of  a  structure 
or  group  of  structures  to  total  Disposition  Parcel 
area.   In  the  computation  of  floor  area  ratio, 
■  "gross  floor  area"  shall  have  the  same  meaning  as 
in  the  Boston  Zoning  Code,  as  said  Code  is  amended 
from  time  to  time. 

(3)  Maximum  Height 

The  maximum  height  shall  be  subject  to  Authority  approval 

Height  shall  mean  the  vertical  distance  in  feet  from 
the  mean  grade  of  the  sidewalk  at  the  line  of  the  street 
or  streets  on  which  th'  building  abuts,  or  a  given 
grade  elevation  adjoining  the  building  line  to  the 
highest  point  of  the  roof. 


(4)  Minimum  Parking  Ratio 

The  minimum  parking  ratio  shall  be  0.2  space  per  dwell- 
ing unit  (elderly)  and  1.0  space  per  dwelling  unit  (famil 

(5)  Minimum  Dimensional  Controls 

I 

Minimum  open  space  area,  setback,  and  front,  side, 
and  rear  yard  dimensions  shall  be  subject  to  Authority 
approval . 

(6)  Planning  and  Design  Requirements 

(a)  The  development  of  the  Disposition  Parcel  shall 
be  consistent  and  compatible  with  surrounding 
development  respecting  material,  forms,  and  scale, 
subject  to  Authority  approval. 

(b)  New  development  shall  not  unduly  diminish  light 
and  air  to  nearby  structures. 

Section  603:   General  Requirements 

The  provisions  of  this  Section  shall  apply  to  the  Disposition 
Parcel. 

(1)  Artistic  Amenities 

Not  less  than  one  per-cent  of  construction  costs  shall 
be  utilized  to  provide  works  of  art  satisfactory  to 
the  Authority,  which  may  include  ornaments,  arrangements 
or  effects  created  through  the  use  of  sculpture, 
basreliefs,  mosaics,  frescos,  murals,  prints, 
tapestries,  paintings  and  fountains  which  are  sculp- 
tural in  themselves  or  designed  to  enhance  the  setting 
of  sculpture. 

(2)  Building  Construction 

All  buildings  shall  be  constructed  in  full  compliance 
with  all  State  and  local  laws,  ordinances,  codes  and 
regulations. 

(3)  Exterior  Lighting 

Exterior  lighting  used  to  light  doors,  entrances, 
plazas,  parking  areas,  and  open  spaces  shall  be 
located  and  shielded  so  as  to  prevent  glare  on 
adjacent  properties. 


(4)  On-site  Improvements 

All  buildings,  open  space  and  other  improvements 
shall  be  maintained  in  good  repair  and  in  clean, 
sanitary  and  attractive  condition.   Sufficient  and 
suitable  refuse  and  garbage  storage  and  disposal 
facilities,  including  structural  enclosures  where 
appropriate,  shall  be  proyided  and  properly 
maintained. 

(5)  Open  Space  , 

All  open  areas  shall  be  suitably  landscaped  so  as 
to  provide  a  visually  attractive  environment.   To 
the  fullest  extent  possible,  subject  to  Authority 
approval,  landscaping  and  planting  shall  be 
maximized  and  paving  of  open  areas  minimized. 

Open  areas  which  lie  along  the  extensions  of  Lewis 
Street  and  Paris  Street  shall  be  designed  so  as  to 
encourage  their  use  by  all  members  of  the  neighborhood, 

The  size,  location  and  use  of  all  open  space  shall 
be  subject  to  Authority  approval. 

(6)  Parking  Areas 

Parking  areas  include  all  spaces  allocated  for 
vehicular  use,  including  service  drives,  maneuvering 
space  and  parking  spaces,  as  well  as  space  devoted 
to  meeting  landscaping  requirements  contained  in 
this  sub-section  6.   Three  hundred  square  feet  shall 
be  allocated  per  required  space,  unless  specific 
parking  plans  providing  for  less  area  per  space 
are  approved  by  the  Authority. 

In  determining  the  appropriateness  of  parking  areas, 
the  following  standards  will  be  considered  as  desir- 
able guidelines: 

(a)  All  open  parking  areas  should  have  at  least 
one  tree  for  every  six  parking  spaces. 

(b)  An  open  parking  area  in  excess  of  10  parking 
spaces  should  be  visually  screened  with  plant- 
ing or  appropriate  fencing  along  the  perimeter. 


(c)  Access   driveways   should  be   a  rninimum  of  15 
feet   in  width. 

I 

(d)  Appropriate  night  lighting  should  be  provided 
and  so  located  as  to  be  directed  away  from 
windows  in  residential  structures. 

Departures  from  these  guidelines  may  be  permitt-?d 
upon  a  demonstration  by  the  developer  that  the 
intention  of  this  sub-section  is  otherwise  substant- 
ially met.   Parking  space  requirements  can  be  met 
by  either  open  or  covered  parking  and  by  parking 
spaces  wholly  or  partially  within  the  buildings 
housing  the  principal  uses  to  which  the  site  is 
devoted . 

(7)  Provisions  for  Handicapped  People  , 

All  new  buildings  shall  be  so  designed  that  persons 
in  wheelchairs  can  enter  and  leave  and  travel  about 
the  building  in  a  reasonable  manner  without  undue 
obstruction. 

(8)  Storage 

The  open  air  storage  of  materials,   equipment  or 
merchandise,  other  than  automobiles,  shall  not  be 
permitted  without  written  approval  by  the  Authority. 

(9)  Subdivision 

The  Authority  may  subdivide  the  Disposition  Parcel 
as  appropriate,  with  permitted  uses  made  applicable 
to  sub-parcels. 

(10)  Utilities 

The  placement  or  replacement  of  all  private  and 
public  utilities  shall  be  underground.   Utility 
easements,  when  necessary,  shall  be  provided  by 
developers.   Easements  shall  be  checked  and  accepted 
by  the  City  of  Boston  Public  Works  Department. 

(11)  Vehicular  Access 

Vehicular  access  to  the  Disposition  Parcel  shall  be 
determined  at  the  time  the  disposition  agreement  is 
signed  by  the  Authority  and  the  developer  of  the 
Parcel. 


(12)  Visual  and  Pedestrian  Easements 

Visual  and  pedestrian  easements  shall  be  provided 
by  the  developer,  and  shall  include  extensions  of 
Paris  Street  from  Sumner  Street  to  the  waterline 
and  of  Lewis  Street  from  Sumner  Street  to  the 
waterline. 

(13)  Location  of  Unit  Types 

All  dwelling  units  intended  for  occupancy  by  families 
with  children  shall  be  located  within  three  floors 
of  height  from  sidewalk  grade  and  shall  be  directly 
accessible  by  stair  from  grade. 

The  location  and  massing  of  all  units  and  related 
facilities  shall  be  subject  to  Authority  approval. 

(14)  Private  Open  Space 

Whenever  possible,  dwellings  intended  for  occupancy 
by  families  with  children  shall  include  small  outdoor 
open  spaces  (with  some  visual  barrier  provided  for 
privacy) ,  directly  connected  to,  and  accessible  from 
living  areas. 

(15)  Dwelling  Orientation 

For  the  purposes  of  safety  and  to  encourage  the 
observation  of  outdoor  activities,  units,  whenever 
possible,  shall  provide  for  their  occupants  unobstruct- 
ed views   of  sidewalks  and  other  open  spaces  within 
the  Disposition  Parcel. 

(16)  Vehicular  Access  to  Adjacent  Parcels 

Vehicular  access  to  uses  on  parcels  adjacent  to 
the  Disposition  Parcel  shall  be  routed  around  the 
^Disposition  Parcel  and  shall  be  buffered  by  trees 
or  other  suitable  barriers  from  the  uses  included 
in  the  Disposition  Parcel. 

Access  to  parcels  to  the  south-west  of  the  Disposi- 
tion Parcel  shall  be  via  Marginal  street  and  a 
new  southerly  extension  of  Bremlin  Street. 


Section  604:   Interpretation 

In  the  event  of  any  question  regarding  the  meaning  or  construc- 
tion of  any  or  all  of  the  standards,  controls,  or  other  provisions 
of  this  Plan,  the  interpretation  or  construction  thereof  by  the 
Authority  shall  be  final  and  binding. 


CHAPTER  VII:   DEVELOPERS'  OBLIGATIONS 


Section  701:   Applicability 

The  provisions  of  this  Chapter  shall  apply  to  the  disposition 
parcel  upon  its  dispos.it. ion  by  the  Authority  and  shall  be 
implemented  by  appropriate  convenants  and  provisions  in 
disposition  documents. 


Section  7 02:   Compliance  with  the  Plan 

Development  of  the  land  in  the  Project  Area  shall  be  made 
sxobject  to  the  regulations  and  controls  set  forth  in  this 
Plan.  The  purpose  of  such  regulations  and  controls  is  to 
assure  that  the  renewal  and  development  of  such  land  will 
conform  to  the  planning  and  design  objectives  of  the  Plan, 
It  is  therefore  the  obligation  of  the  developer  not  only 
to  comply  with  these  regulations  and  controls  but  also  to 
familiarize  himself  with  the  overall  Plan  and  to 
prepare  development  proposals  which  conform  therewith. 


Section  7  03:   Design  Review 

All  development  proposals  will  be  subject  to  design  review, 
comment  and  approval  by  the  Authority  prior  to  land  disposi- 
tion and  prior  to  the  commencement  of  construction. 

In  addition  to  assuring  compliance  with  the  specific  controls, 
regulations  and  design  objectives  set  forth  in  this  Plan,  and 
as  more  specifically  set  forth  in  disposition  documents,  the 
Authority  shall  establish  design  review  procedures  and  evalu- 
ate the  quality  and  appropriateness  of  development  proposals 
with  reference  to  the  design  objectives  and  requirements  set 
forth  in  this  Plan  and  in  the  disposition  documents. 


Section  7  04:   General  Obligations 

The  Authority  shall  obligate  the  developer  and  purchaser  of 
land  in  the  Project  Area,  and  his   successors  and  assigns, 
by  convenants  and  conditions  running  with  the  land  or  by  other 
appropriate  means  providing  for  reasonable  action  in  the  event 
of  default  or  non-compliance  by  such  developer  and  purchaser: 


(1)  to  devote,  develop  or  otherwise  use  such  land  onlv 
for  the  purpose  and  in  the  manner  stated  in  the 
Plan; 

(2)  to  comply  with  such  terms  and  conditions  relating  to 
the  use  and  maintenance  of  such  land  and  improvements 
thereon  as  in  the  opinion  of  the  Authority  are  neces- 
sary' to  carry  out  the  purpose  and  objectives  of  th- 
Plan  and  of  the  relcv:.  it  provisions  of  Chapter  .121< 
Massachusetts  General  Laws; 

(3)  to  commence,  execute  pnd  complete  construction  and 
improvements  in  accordance  with  reasonable  time 
schedules  as  determined  by  the  Authority  and  agreed 
upon  by  the  developer; 

(4)  to  make  adequate  provisions  for  works  of  art  and 
other  amenities  in  accordance  with  the  policy  as 
established  by  the  Authority. 

Section  705:   Disposition  by  Developer 

A  developer  shall  not  dispose  of  all  or  part  of  his  interest 

within  a  parcel  acquired  from  the  Authority  without  the 
written  consent  of  the  Authority  until  the  fiall  completion 
by  the  developer  of  all  improvements  required  by  and  in  con- 
formity with  the  terms  and  conditions  of  both  this  Plan  and  the 
Land  Disposition  Agreement  entered  into  between  the  develop- 
er and  the  Authority.   Such  consent  shall  not  be  granted  ex- 
cept under  conditions  that  v;ill  prevent  speculation,  protect 
the  interest  of  the  Authority  and  the  City  of  Boston,  and 
effect  compliance  v/ith  and  acI:^..o  the  objectives  of  Chapter  12"., 
ans  where  applicable.  Chapter  121A,  of  the  Massachusetts  General 
Laws. 


CHAPTER  VIII:   ZONE  DISTRICT  CHANGE 


Section  8  01:   Identification  of  Change 

Zoning  district  change  shall  be  as  shown  on  Map  3,  "Existing 
and  Proposed  Zoning." 


CHAPTER  IX:   RELATION  OF  PLAN  TO  LOCAL  OBJECTIVES 


Section  901:   Conformity  to  General  plan 

This  Plan  is  in  conformity  with  the  General  Plan  for  the 

City  of  Boston  and  The  Workable  Program  for  Community  Improvement, 


section  902:   Relationship  to  Definite  Local  Objectives 

This  Plan  is  consistent  with  definite  local  objectives  for 

appropriate  land  use,  opportunities  for  housing  of  low- 

and  moderate- income  families,  and  individuals  and  replacement 

of  non-residential  uses  with  housing  set  forth  in  the  East  Boston 

General  Neighborhood  Renewal  Plan  Report. 


CHAPTER   X:   ANTI -DISCRIMINATION  PROVISIONS 


Section  1001:  Affirmative  Covenant 


Every  agreement,  lease,  conveyance  or  other  instrument  by 
which  land  in  the  Project  Area  is  disposed  of  by  the  Authority 
for  uses  which  may  include  housing  or  facilities  related  to 
residential  uses  shall  include  an  affirmative  covenant  binding 
on  the  contractor,  lessee,  grantee  or  other  party  to  such 
intniment  and  on  the  successors  in  interest  to  such  contractor, 
lessee,  grantee  or  other  party  that  there  shall  be  no  dis- 
crimination upon  the  basis  of  race,  color,  religion  or  national 
origin  in  the  sale,  lease  or  rental  or  in  the  use  or  occupancy 
'of  such  land  or  any  improvements  erected  or  to  be  erected  there- 
on and  the  Boston  Redevelopment  Authority  will  take  all  steps 
necessary  to  enforce  such  covenant  and  will  not  itself  so 
discriminate . 


Section  1002:  Compliance  with  Anti-Discrimination  Laws 

All  property  and  all  transactions  affecting  or  respecting  the 
installation,  construction,  reconstruction,  maintenance,  re- 
habilitation, use,  development,  sale,  conveyance,  leasing, 
management  or  occupancy  of  real  property  within  the  Project 
Area  shall  be  subject  to  the  applicable  provisions  of  Chapter 
151B  of  the  Massachusetts  General  Laws  (Ter.  Ed.)/  as  amended, 
prohibiting  discrimination  or  segregation  by  reason  of  race, 
color,  religion  or  national  origin. 


CHAPTER    XI:  MODIFICATION   AND  TElUiXtW^TION 


Section  1101:   Modification 


This  Plan  may  be  amended  at  any  Lxme  by  the  Authority,  pro- 
vided, however,  that: 

(1)  Any  amendment  which  in  the  reasonable  opinion  of 
the  Authority  substaii   ally  or  materially  alters  or 
changes  the  Plan  shall  ':>e  subject  to  the  Federal. 
State  and  local  approv  /  .-:■   then  required  by  law; 

(2)  No  amendment  to  any  provision  of  Chapter  V  of  the 
Plan  shall  be  effective  -.vith  respect  to  any  land  which 
the  Authority  has  then  disposed  of  or  contracted  to 
dispose  of  without  th^  .  onsent  of  the  other  party  tc 
such  disposition  or  contract,  or  such  other  party's 
successors  or  ascignc ,  v_iid 

(3)  If  this  Plan  is  recor-''=d  with  the  Suffolk  Registry  of 
Deeds,  no  such  amendment  shall  be  effective  until 
the  amendment  is  alsc  ':o  recorded. 


Section  1102:   Termination 

This  Plan  shall  be  in  full  force  axid  effect  for  a  period  of 
forty  (40)  years  from  the  date  of  its  approval  by  the  Division 
of  Urban  Renewal  of  the  Massachii-'^-ts  Department  of  Commerce 
and  Development,  except  for  Sec,    j  2D01  and  1002, which  shall 
remain  in  effect  for  one  hundred  (i 00)  years  from  said  date. 
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APPLICATIO::  FOR   LOAIJ  Arro  GRAMT  '■•■■<r-    t> 

PART  I:    fii:al  project  report 

PROJECT  no.  MASS.   R- 

Sumncr  Street  Public  Housing  — _i^' "Tr-t  >  •"*t5 

Urbcn  Reneval  Area 
Boston  RedcveloDinent  Authority 
Boston,    Kassachusetts 


REPORT  ON  PRUNING  PROPOSALS  :  Zoninc  Proposals        CODE  NO.   R-2U.   (1) 


(a)  Zone  District  Chanpie 

The  zone  district  change  required  by  the  proposal  for  the  project 
area  is  shown  on  Map  3 :  Existing  and  Proposed  Zoning. 

(b)  Timing  of  Proposed  Zoning  Change 

The   zone  district  change  is  anticipated  to  take  place  after 
approval  of  the  plan  by  the  Boston  City  Council. 

(c)  Local  Planning  Apjency  Acceptance  of  Zoning  Proposals 

The  Boston  Redevelopment  Authority  has  the  povfer  and  duties 
of  the  Local  Planning  Agency.   The  proposed  zoning  change  and 
the  timing  of  the  change  are  considered  acceptable  to  the 
Authority. 
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application:  for   loan  and  grant  ■  iZTT^^r^ 

PART  I:      FIIWL  PROJECT  REPORT 
PROJECT  NO.  MASS.   R- 

Sumner  Street  Public  Housing  J-^'-*'  7^^" 

Urban  Reneval  Area 
Boston  Redevelopment  Authority 
Boston,   Massachusetts 


REPORT  ON  PLftmKG  PR0P0SAI5:    ^''''/le^f^^f  "'■''°"     CODE  NO.   R-211.     (2)  (a) 


The    land   use   proposed    for   the    Sumner   Street    Public   Housing 
Project  Area   is   residential.      The  basis   for  determination 
of   this   use    includes: 

(1)  the   1965-1975   General   Plan   for  the   City   of  Boston, 
dated  March,    1965; 

(2)  General   Neighborhood   Renewal   Plan   studies   for 
East  Boston 

(3)  The    general   Neighborhood   Renewal    Plan    for   East 
Boston   proposed   that    the   neighborhood    remain 
predominantly   residential,    that    shopping    facilities 
in  the  vicinity   of   this  project   be   expanded   as 

and   that    community   facilities  be   enlarged   and 
modernized. 
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APPLICATIOi:  FOR  LOAN  AT,T)  ORAriT  ^"iVCij/T^^-Cf^^ 

PART  I:   FII^AL  PROJECT  REPORT 
PROJECT  M).      MASS.  R- 

Suiriner  Street  Public  Housing  .-SSFf^^'V.'?^'^ 

Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  K.essechusetts 


Basis  for  Proposed 
REPORT  ON  PIAmUNG  PR0P0SAI5:   Regulations  end  CortrotCODE  NO.  R-211;  (2)  (b) 


The  basic  objectives  for  urban  renewal  action  outlined  in  Chapter  II  of 
the  Urban  Renewal  Plan  indicate  the  basis  for  the  specific  controls  v/hich 
are  imposed  by  the  Plan  on  the  property  to  be  acquired. 


Mass.  R-     /  R-2lU(2)(b)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.        MASS.  R- 

Sumner  Street  Public  Housing 

Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


Adequacy  of  Proposal 
REPORT  ON  PLANNING  PROPOSALS:   Codes  and  Ordinances   CODE  NO.  R-214(2){c) 

Chapter  665  of  the  Acts  of  Massachusetts,  1956,  as  amended,  established 
the  Zoning  Commission  of  the  City  of  Boston  and  provided  for  the  adoption 
of  a  zoning  regulation  for  the  City.   Under  the  provisions  of  this  Act, 
the  zoning  regulation  was  reported  to  the  General  Court  and  became 
effective  on  December  31,  1964.   This  regulation  represents  an  updated 
and  significant  revision  of  the  prior  zoning  regulations,  established 
by  Chapter  488,  Acts  of  1924.   under  the  present  regulations,  amendments 
to  the  Zoning  Code  are  referred  to  the  Boston  Redevelopment  Authority 
(Zoning  Division)  for  review.   In  addition,  the  Division  serves  as  the 
technical  staff  for  the  Zoning  Commission. 

The  proposed  zoning  change  included  in  the  urban  Renewal  plan  is 
consistent  with  the  regulations  and  restrictions  to  be  enforced  in  the 
use  district  therein.   The  change  constitutes  such  redistricting  as  is 
necessary  to  reflect  the  provisions  of  the  Urban  Renewal  Plan.   The 
zoning  regulations  and  use  district  as  revised  are  current  and  apt, 
and  constitute  adequate  zoning  protection  for  the  project  area. 


Mass.  R-  /R-214  (2) (c)  1  of  1 


APPLICATION  FOR  lOAN  AITO  GPj\rrr  '  sL^*'- ;'. 

PARTI:      FIKAL  PROJECT  RIIPOPT  .      • 

PROJEC-T  i:0.  MASS.    R- 

Sumner  Street  Public  Housing  .*  jTiJ"    ^^t.^Jt. 

Urban  Rencvfil  Area  '  .    ■ 

Boston  Rcdevelop;r,ent  Authority 
Boston,    Knssi'Chusetts 

Modification  of  Existing 

REPORT  ON  PLANNING  PROPOSALS        Major   Streets      CODE  HO.   R-2llv     (2)  (d) 


Not   applicable.      There   are  no  major   streets   in  the  proposed 
project   area. 
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APPLICATION  rX)R  LOAN  Am  GRANT 
PART  I:      FINAL  PROJECT  RETORT 
PROJECT  NO.  MASS.   R- 

Suirinor  Street  Public  Hous:ng  .*Q6il>: 

Urben  Reneval  Area 
Boston  Redevelopment  Authority  '  " 

Boston,    Massachusetts 


REPORT  ON  PLANTING  PROPOSALS :    E>-clus1on  from  Area  CODE  NO.   R-2lI|   (2)  (e) 


Not  applicable.   No  areas  within  the  perimeter  boundary  of  the  project 
are  excluded  from  the  Urban  Reneval  Area. 


Mass.  R-      /  R-21J+  (2)  (e)  1  of  1 


APPLICATION  FOR  LOAN  AND  CA\AlfV 
PART  I:      FiriAL  PROJECT  REPORT 
PROJECT  NO.  MASS.   R- 

Sumner  Street  Public  Housing 

Urben  Renewal  Area 
Boston  Redcvelooment  Authority 
Boston,    Kassachusetts 


Incidental  Properties 
REPORT  ON  PL«iinnNG  PROPOSALS:,     Not  to  be  acquired  CODE  NO.   R-2lJ|   (2)  (f) 


Not  applicable.      There  are  no  incidental  properties  within  the 
clearance  section  of  the  project  area  not  to  be  acquired. 


Mass.    R-  /  R-212;   (2)    (f)  1  of  1 


APPLICATIOi:  FOR  LOAN  AND  GRArJT 
PART  I:   Fi:y\L  PROJECT  REPORT 
PROJECT  iro.      MASS.  R- 

Smroier  Street  Public  Housing 

Urban  Rencvol  Area 
Boston  RedcveloDHient  Authority 
Boston,  Massachusetts 


Adequtcy  of  Existing 
REPORT  ON  PIANNING  PR0P0SAI5:  ar,^  Prooosed  Facilities  CODE  NO.  R-21U  (2)  (g) 


Based  on  the  I965-I9T5  General  Plan  for  the  City  of  Boston,  and  the 
general  neighborhood  renev'al  plan  studies  made  by  and  for  the  Redevelop- 
ment Authority,  the  existing  and  proposed  commercial,  community, 
recreational,  and  public  service  facilities  immediately  adjacent  to 
and  serving  the  Sumner  Street  Public  Housing  Project  Area  have  been 
determined  to  be  adequate  to  serve  the  project  area. 


Maes.  R-       /  R-214  (2)  (g)  1  of  1 


APPLICATION  FOR   IjO/.N  AKT»  GRAIIT 
PART  I:      FINAL  PROJECT  RIPOPT 
PROJECT  KO.  mS3.    R- 

Sumner  Street  Public  Housinc 

Urban  Reneval  Area 
Boston  RcdevclDp:r.erit  Authority- 
Boston,    J'ossuch'jsetts 


Acquisition  of   Sound   Proparties 
REPORT  ON  PLANNING  PROPOSALS      Involving   High     ^^^^  j^,^^   j^.^^^l^      ^2)  (h) 

Cost 


Not  .applicable.   There  are  no  properties  proposed  for 
acquisition  that  are  basically  sound  and  involve  a  high 
acquisition  cost. 
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APPLICATIOi:  FOR  LOAN  MID  GRANT 
PART  I:      FIiy^L  PROJECT  REPORT 
PROJECT  iro.  MASS.   R- 

Suiriner  Street  Public  Housing 

Urban  Reneval  Area 
Boston  Redevelopment  Authority 
Boston,    Kessachusetts 


Historical  Va  Luc   of 
REPORT  ON  PIANNING  PROPOSALS:        Relocated  Structures      CODE  NO.   R-21U  (2)  (i) 


Not  applicable.     There  are  no  structures  within  the  project  area 
determined  to  be  of  historical  value. 


Mass.   R-  /  R-21U   (2)   (i)  1  of  1 


APPLICATION  FOR  WAU  AND  ORAOT 
PAPT  I:   FINAL  PROJECT  REPORT 
PROJECT  ra.      MASS.  R- 

Sumner  Street  Pu'blic  Housing 

UrbBn  Reneval  Area 
Boston  Redevelopment  Authority 
Boston,  Kassechusetts 


Rel6tionch:p  of  Plan  to 
REPORT  ON  PANNING  PROPOSALS;     Ne:  enl^orhoorl  Plan    ^ODE  NO.  R-21I4   (3) 


The  Su]T,ner  Street  Public  Housing  Project  Area  is  located  within  the  East 
Boston  GN'RP  Area  (R-U^).   The  Urban  Renewal  Plan  is  in  confomiity  with  the 
objectives  and  with  the  land  use  proposals  of  the  GI^JRP  for  this  part  of  the 
GNRP  area.   The  East  Boston  GNRP  report  has  been  submitted  previously. 
Since  the  Boston  Redevelopment  Authority  is  the  local  planning  agency,  the 
agency's  recognition  of  the  plan  is  evidenced  by  the  Authority's  approval 
and  submission  of  the  East  Boston  GNRP. 

The  proposed  reuse  of  the  project  area  is  residential.   This  is  in  keeping 
with  the  Development  Plan's  objectives  of  conserving  the  residential 
character  of  this  section  of  East  Boston,  replacing  non-residential  uses 
with  housing,  and  the  establishment  of  a  new  senior  citizens  housing 
facility. 
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APPLICATION  FOR   lOAN  I\W  CMAm 
PART  I:      FirJ^L  PROJECT  RHPOrT 
PROJECT  iro.  f-lASS.    R- 

Sumner  Street  Public  Housing 

Urban  Renew:!  Area 
Boston  Redevolopr.ent  Authority 
Boston,  M&SEJichuEetts 


Basis  for  Determination  that 
REPORT  ON  PLAIWING  PROPOSALS  Objectives  of    CODE  NO.  R-21U   (4) 

Plan  cannot  be  achieved  through  rehabilitation 


The  objective  os  the  Sumner  Street  Public  Housing  Urban  Renev/al 
Plan  cannot  be  achieved  through  rehabilitation.   Each  of  the 
buildings ccntain  extensive  structural  defects  which  are  beyond 
the  point  of  economic  repair,  and  their  character  and  layout, 
including  the  lack  of  elevators,  are  such  that  conversion  and 
rehabilitation  to  public   housing  are  unfeasible  and  impractic- 
able.  Clearance  and  redevelopment  are  therefore  necessary. 

(a)  Buildings  to  be  cleared  which  are  structurally  substandard 
and  unfeasible  of  rehabilitatdon. 

Of  the  ten  buildings  to  be  cleared,  ten  buildings  were  determined 
to  be  structurally  substandard  and  infeasible  of  rehabilitation, 
based  on  the  detailed  exterior  and  interior  surveys  conducted. 
(See  Code  No.  R-212  (6). 

(b)  Buildings  not  included  in  Item  (a)  above  which  must  be 
cleared  to  remove  blighting  influences. 

Not  applicable.   There  are  no  buildings  in  this  category. 

(c)  Buildings  not  included  in  Item  (a)  or  (b)  above  v/hich  must 
be  cleared  in  order  to  achieve  specific  Plan  objectives. 

Not  applicable.   There  are  no  buildings  in  this  category. 


Mass.  R-  /R-214  (4)  1  of  2 


(d)   Descriptions  of  consideration  given  to  proposals  that  would 
retain  a  greater  number  of  buildings  which  are  structurally  sound 
or  capable  of  rehabilitation. 

Each  of  the  buildings  in  the  project  area  was  surveyed  and  examined 
by  the  Boston  Housing  Authority  to  determine  its  suitability  for 
conversion  and  rehabilitation  to  public  housing.   Based  on  these 
surveys,  the  Authority  found  that  none  of  the  buildings  were  feasible 
of  conversion  to  such  use. 
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APPLICATTON  FOR   WAl]  AlTD  CRAIJT 
PART  I:      FIIIAL  PROJECT  RIPOPT 
PROJECT  ro.  MASS.    R- 

Siunner  Street  PublJ  c  HousJnc 

Urban  Reneval  Area 
Boston  Redevelopment  Authority 
Boston,    MossochuGctts 


Properties   of  Architectural 
REPORT  ON  PUNNING  PROPOSALS      or  Historical        CODE  NO.   R-2ll|     (5) 


Value 


Not  .applicable.   There  are  no  structures  of  architectural  or 
historical  value  within  the  project  area. 


Mass.  /R-214  (5)  •    •   '  ..    .*      .   1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.         MASS.  R- 

Sumner  Street  Public  Housing 

Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Mass. 


Conformity  with  General 

REPORT  ON  PLANNING  PROPOSALS     J}^""   ^"^  «^^^  N°-  ^-214  (6)  (a) 

Workable  program 


The  Sumner  Street  Public  Housing  Urban  Renewal  plan  is  in  conformity 
with  the  1965-197  5  General  Plan  for  the  City  of  Boston,  dated  March, 
1965,  and  with  the  Workable  program  for  Community  Improvement,  of 
which  the  General  plan  is  a  part. 

The  primary  objective  of  urban  renewal  actions  in  the  project  area, 
which  is  to  provide  a  site  for  low-rent  public  housing  for  the 
elderly  and  families,  is  in  conformity  with  the  proposals  outlined 
in  the  latest  submission  of  the  Workable  Program  for  Community 
Improvement,  particularly  Section  VI:  Housing  for  Displaced  Families, 
This  section  outlines  in  detail  the  latest  community  plan  for  the 
relocation  of  families  to  be  displaced  by  governmental  action  in 
the  next  two  years,  including  the  relocation  housing  needs  and  the 
housing  resources  expected  to  be  available  to  meet  these  needs. 
Construction  of  low-rent  housing  in  the  project  area  will  contribute 
towards  fulfilling  specific  proposals  for  additional  low-rent  units. 
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APPLICATIOi:  FOR  LOAN  AND  GRANT  v.    "  T*  '''- 

PART  I:      FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.   R- 

SuDiner  Street  Public  Housing  .  •  .         _.*-^;W^- a1"2^ 

Urban  Reneval  Area 
Boston  Redcvelooment  Authority 
Boston,   Massachusetts 


Relet:  onshiD   of  Plan 
REPORT  ON  PMN7TING  PROPOSAI^S:    to  Local  Objectives  CODE  NO.   R-21U   (6)  (b) 


The  Suimer  Street  Public  Housing  Urban  Renewal  Pianos  consistent  with 
definite  local  objectives  for  appropriate  land  use,   opportunities  for  low- 
and  moderate-income  housing,   and  replacement  of  non-residential  uses  with 
housing,    set  forth  in  the  East  Boston  General  Neighborhood  Renewal 
Plan   (R-4i+),   prepared  by  the  Boston  Redevelopment  Authority.      The  Plan's 
proposal .    for  residential  redevelopment  of  the  project  area   specifically 
relates  to  these  objectives. 
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APPLICATIOi:  FOR  WAN  Am   GRANT 
PART  I:   FirWL  PROJECT  REPORT 
PROJECT  m.  MASS.  R- 

Sunmer  Street  Public  Housing 

Urben  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Kessachusetts 


Provision  of  Low-  or 
REPORT  ON  PLANTING  PR0P0SAI5:  Moderate  Income  Housing  CODE  NO.  R-21U  (6)  (c) 


The  specific  objective  of  the  Sumner  Street  Public  Housing  Urban  Renewal 
Plan  is  to  provide  a  site  for  low-rent  public  housing.   Disposition  of  the 
reuse  parcel  will  be  made  to  the  Boston  Housing  Authority  for  the  specific 
pxirpose  of  developing  a  low-rent  public  housing  facility  for  the  elderly  &  famil: 
Therefore,  all  dwelling  units  to  be  permitted  by  the  Plan  vn.ll  be  available 
to  low-income  families  and  individuals. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


REPORT  ON  MINORITY  GROUP  CONSIDERATIONS  CODE  NO.  R-215 


1)  Appropriate  legal  measures  will  be  taken  by  the  Authority  to 
insure  that  no  discrimination  on  the  basis  of  race,  color, 
religion,  or  national  origin,  will  occur. 

2)  The  construction  of  housing  for  the  elderly  will  contribute 
to  the  reduction  in  the  concentration  of  minority  families 
and  promote  equal  opportunity  in  housing. 

3)  The  plans  and  objectives  of  the  proposed  project  have  been 
presented  to  and  reviewed  by  representative  leadership  in 
the  area:   the  Holy  Redeemer  Church,  the  East  Boston  Area 
Planning  Action  Council,  and  Members  of  the  East  Boston 
Neighborhood  Council.   In  each  case  it  received  enthusiastic 
support. 


Mass.  R-    /R-215 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COMMUNITY  ORGANIZATION  DATA  CODE  NO.  R-216 


Since  there  are  only  two  households  located  within  this  area,  the 
need  for  a  formal  social  survey  and  x-elated  referral  service  is  not 
anticipated  at  this  time.   This  service  will  be  provided  for  the 
residents  of  the  area  as  outlined  in  CODE  R-223  which  covers 
relocation  activities. 


Mass.  R-     /R-215 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


REHABILITATION  AND  CONSERVATION  DATA 


CODE  NO.  R-221 


Not  applicable.   There  are  no  properties  located  within  the 
boundaries  of  the  urban  renewal  project  area  to  be  rehabilitated 
or  conserved. 


Mass.  R- 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Estimates  of  Real        CODE  NO.  R-222(l) 

Estate  Purchases 
and  Land  Acquisition 
Expense 


See  code  No.  R-226  (4)  —  Form  HUD-6220,  Project  Expenditures 
Budget  —  for  estimates  of  real  estate  purchases  and  land  ac- 
quisition expense. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Property  Map  CODE  NO.  R-222  (2) (a) 


The  Property  Map  is  submitted  under  separate  cover, 


Mass.  R-    /R-222  (2) (a)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Acquisition  CODE  NO.  R-222 (2^  (b) 

Appraisals 


Based  on  data  included  in  the  publications,  "Appraiser's  weekly" 
and  "Banker  and  Tradesman",  and  established  by  staff  research  on 
current  property  sales  in  the  area,  an  Authority  estimate  on 
property  acquisition  was  made  as  a  working  estimate  for  the  one 
parcel  to  be  acquired.   The  square  foot  acquisition  cost  estimate 
for  land  and  buildings  is  approximately  $14.00. 

First  and  second  acquisition  appraisals  will  be  submitted  during 
the  execution  period,  prior  to  land  acquisition,  in  order  to 
reflect  more  accurately  value  at  the  time  of  acquisition. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASSo  R- 

» 
Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopmemt  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION 

REPORT:   Tabulation  of  Property       CODE  NO. 
to  Be  Acquired 

R-222(2)  (c) 

Estimates  of 
value  and  Ac- 
quisition Cost 

Number 

of 
Parcels 

Land  Area      Appraiser's 
in  Square      Valuations* 
Feet      Land 

Only         Total 

LPA  Estimate 
of  Acquisition 
cost 

Total  Pur- 
chases and 
Donations 

4 

270,072     $          $ 

$1,200,000 

Purchases 
(TOTAL) 

4 

270,072 

$1,200,000 

Federally 
owned  or 
'     leased 

Other  pub- 
licly owned 

Privately 
owned 

4 

270,072 

$1,200,000 

Public  util- 
ity easements 

None 

Damage  to  property 
not  taken 

Donations 
(TOTAL) 

Vacation  of  streets 
and  other  public 
riqhts-of-v.-av 


Donations  bv  LPA 


Donations  by 
other  entities 


Appraisal  estimates  of  properties  to  be  acquired  will  be  forthcoming 
during  the  execution  period. 


Mass.  R- 


/R-222(2)  (c) 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT: 


Explanation  of  any 
Differences  of  Estimate 
of  Acquisition  Costs 


CODE  NO.  R-22  2(2)  (d) 


Explanation  of  any  differences  between  "appraiser's  valuation"  and 
"LPA  estimates  of  acquisition  costs"  for  the  Sumner  Street  Public 
Housing  Urban  Renewal  Area  will  be  submitted  during  project  execution 
after  appraisals  are  made. 


Mass.  R-    /R-222(2) (d) 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority- 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Parcels  Involving  Public    CODE  NO.  R-222(2)  (« 

Ownership 


Not  applicable.   There  are  no  parcels  to  be  acquired  which  involve 
public  ownership. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Consequential  Damage     CODE  NO.  R-222  (2) (f) 

to  Unacquired  Property 


Not  applicable.   No  damage  is  anticipated  to  unacquired  property. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT: 


Identification  of 
Property  Involving  any 
Interest  by  an  LPA  Member 
or  Employee  or  by  a  Member 
of  the  Governing  Body 


CODE  NO.  R-222(2) (g) 


The  members  and  employees  of  the  Authority  and  the  members  of  the 
governing  body  of  the  locality  will  sign  a  statement  which  discloses 
any  interest  in  property  located  within  the  project  area. 


Mass. 


/R-222(2)  (g) 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Properties  Involving     CODE  NO.  R-222(2)(h) 

High  Acquisition  Costs 


Not  applicable.   There  are  no  properties  within  this  project  where 
the  acquisition  cost  is  considered  to  be  high. 


Mass.  R-     /R-222(2)(h)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Limited  Interest  in  Land   CODE  NO.  R-222(2) (i) 

to  be  Acquired  to  Insure 
Future  Utilization  of  the 
Land  in  Conformity  with 
the  Urban  Renewal  Plan. 


Not  applicable. 


Mass.  R-    /R-222(2)(i)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Property  Acquired  for     CODE  NO.  R-222(2)(j) 

Rehabilitation  Demonstration 


Not  applicable. 


Mass.  R-     /R-222(2)  (j)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority- 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Property  Not  Designated    CODE  NO.  R-222(2) (k) 

for  Acquisition  Which 
May  Be  Acquired 


Not  applicable. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sujnner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Land  Acquisition  Policy   CODE  NO.  R-222 (2)  (1) 

Statement 


The  Boston  Redevelopment  Authority  Land  Acquisition  Policy  Statement 
for  the  Sumner  Street  Public  Housing  Urban  Renewal  Area  is  attached. 


Mass.  R-         /R-222(2) (1)  1  of  1 


LAND  ACQUISITION  POLICY  STATEMEtrr  FOR  THE  SUMNER  STREET  PUBLIC  HOUSING 
URBAN  RENEV/AL  AREA 

Introduction : 

In  order  to  carry  out  the  urban  renewal  plan  for  the  Sumner  Street 

Public  Housing  Urban  Renewal  Area,  the  Boston  Redevelopment  Authority  is 

obligated,  among  other  things,  to  acquire  real  property  including  land, 

buildings,  structures  and  other  improvements,  appurtenances,  and  other 

rights  and  interests. 

Basic  Objectives  of  Real  Estate  Acquisition  Program; 

In  carrying  out  the  real  estate  acquisition  program,  the  Authority 

will  endeavor: 

1.  To  protect  impartially  the  interests  of  all  concerned, 
to  pay  fair  prices  to  owners,  and  to  prevent  the  payment 
of  prices  that  are  excessive. 

2.  To  make  every  reasonable  effort  to  acquire  each  property 

by  negotiated  purchase  before  instituting  eminent  domain 
proceedings  against  the  property. 

3.  To  utilize  available  acquisition  methods  and  practices 
in  such  a  way  as  to  minimize  hardship. 

4.  Not  to  require  any  owner  to  surrender  the  right  to 

possession  of  his  property  until  the  Authority  pays,  or 

causes  to  be  paid,  to  the  owner  (a)  the  agreed  purchase 

price  arrived  at  by  negotiation,  or  (b)  in  any  case  where 

only  the  amount  of  the  payment  to  the  owner  is  in  dispute, 

not  less  than  75  per  cent  of  the  appraised  fair  value  as 
approved  by  the  Authority  and  concurred  in  by  HUD. 

5.  Not  to  require  any  person  lawfully  occupying  property  to 
surrender  possession  without  at  least  120  days'  written 
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noticc  froivi  tlie  Boston  RGclava.lopraont  Authority  of  the 
date  on  v.'hich  possession  v;ill  be  requirec>. 
T ii  li n-j  o7.    I'ca.l  Cstr.tc  Acquisition  Activities; 

No  real  proparty  v;i.l.l  be  accjuirod  by  the  Authority  prior  to 
the  effective  date  of  a  loan  ancl  grant  contract  \*ith  the  Departn.ent  of 
Housing  and  Urban  Development  (23UD)  ii:i  the  case  of  an  urban  renev.'al  pro- 
ject.  Ilov.'evcr,  as  soon  as  the  City  Council  approves  an  urban  rsnevral 
plan,  negotiations  nay  be  begun  for  the  acquisition  of  properties  on 
v/hich  HUD  h£is  concurred  in  the  acquisition  price.   Options  to  purchase 
roay  be  obtained,  provided,  that  such  options  niay  not  be  accepted  and 
property  nay  not  be  acciuired  until  the  contract  v.'ith  the  Federal  gcvern- 
ment  is  signed. 

After  the  effective  date  of  such  a  contract,  the  Authority,  in 
accordance  v.-itli  the  staging  considerations  outlined  belo\;,  v.'ill  acquire 
v;ith  the  least  possible  delay,  all  real  property  in  the  project  area 
designated  to  be  acquired  uiider  the  provisions  of  the  c^pproveC.   urban 
renev/al  plan. 
Basic  liethod  for  Real  Estate  Acquisition : 

Property  to  be  acouired  by  the  Authority  is  designated  on  a 
riiap  \;hich  is  part  of  the  urban  renev;al  plan.   Property  so  designated 
v.'ill  be  acqu.ired  either  (1)  through  purchase,  conveyance,  and  a  con- 
firinatory  taking  through  the  exercise  by  the  Authority  of  the  power  of 
eniinent  doiaain  v;herever  agreement  v;ith  the  property  ovmer  as  to  price 
can  not  be  secured,  or  (2)  through  condeuination  proceedings  instituted 
by  the  Authority,  through  the  exercise  of  the  pov;er  of  eir.inent  doiriain, 
v;herever  after  a  reasonable  period  of  time  agreement  with  the  property 
o\;ner  as  to  price  cannot  be  secured. 

After  any  condemnation  proceedings  have  been  instituted,  the 
Authority  v;ill  continue  to  seek  an  agreed-upon  settlenient  providing 
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for  full  pa^Tient  for  tha  property  v.'hich  has  been  ncquired,  and  v;ill 
also  pay  \;ich.in  50  cays  of  the  ta];ing  the  en;Ounc  of  the  av;ard  in- 
cluded in  the  order  of  tii'-<ing  as  a  pro-tanto  paynient  pursuant  to 

Chapter  79  of  the  General  La\;s,  as  amended. 
Protection  of  Interests  of  0\.'ners  and  Occu-'r.nts : 

In  order  to  rainiinize  heirdships  to  property  ovners,  the 
Authority  v.'ill: 

1.  Tal'vC  appropriate  steps  to  ensure,  insofar  as  possible, 
that  al].  property  o\.'ners  are  provided  full  inforixiation  re- 
garding the  contemplated  property  accuisition  and  are 
given  as  niuch  advance  notice  as  possible  of  the  time  the 
Authority  expects  to  te.Y.e   possession  of  the  property. 

2.  Endeavor  to  obtain  an  option  of  purcliase  on  each  property. 
as  soon  as  feasible  after  beginning  acquisition  activities 
within  the  project  area. 

3.  Agree  v;ith  the  property  ovmer  on  the  date  for  closing 
and  the  date  for  delivery  of  possession  v;ithin  the  limits 
imposed  by  the  staging  schedules  for  the  clearance,  im- 
provement, and  disposal  of  project  land. 

Staging  of  Real  Estate  Accuisit j.on  Activities; 

in  general,  the  staging  of  real  estate  acquisition  by  the 
Authority  will  be  governed  by  staging  schedules  for  the  disposal  of 
project  land  for  site  clearance  and  building  demolition. 

Real  estate  accuisition  activities  v;ill  be  carried  out  in 
such  a  v;ay  as  to  enable  the  Authority  to  acquire  title  to  a  given  parcel 
of  property  no  less  than  120  days  prior  to  the  date  on  v;hich  the 
AiUthority  v/ill  require  possession. 
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poterininacion  of  Fa.-'-r  I'lv.r.sOt    VpJ  ue : 

T\;o  independent  appraisers  arc  employed  by  the  Authority  to 
rria?co  appraisals  for  each  property  to  be  accjuired  for  tho  purpose  of 
clcteriiiining  fair  raarhet  value.   VJherevcr  special  appraisals  are  re- 
quired in  deterriiining  value  of  ruachincry  and  other  equipnient  v;hich  is 
part  of  the  real  estate  or  in  doterrrdning  projected  gross  sales  of  a 
business  establishment,  appraisers  v;ith  special  training  and  slcills 
v;ill  be  eraployed  by  the  Authority.   After  the  appraisals  are  completed, 
the  Authority  \.'ill  establish  a  niaximurn  value  for  the  property  that  is 
consistent  v.'ith  the  tv.'o  appraisals  and  any  supporting  special  appraisals. 
This  figure  together  v.'ith  the  supporting  appraisals  is  subniitted  to  HUD 
for  concurrence.   After  inspection  of  the  property  by  a  representative 
of  HUD,  a  final  value  v;ill  be  approved  by  HUD. 

Ke-iotiations : 

After  concurrence  by  HUD  in  a  iTiaxivnura  acquisition  price  for 
any  given  parcel  of  property,  the  Authority  v;il  corranence  negotiations 
for  the  purchase  of  the  property  in  question, 

A  negotiator  under  contract  with  the  Authority  and  acting 
under  the  supervision  of  the  Real  Estate  Officer  or  the  General  Counsel 
will  v/henever  possible  raar.e  personal  contact  with  the  ovmer  of  his 
duly  authorized  representative.   He  v.'ill  present  a  v/ritten  offer  for 
the  property  v.'hich  shall  be  the  rv.a;:ir:iur:\  price  approved  by  the  Deparc- 
ifient  of  Housing  and  Urban  DevelopiTiant . 

In  accordance  v.'ith  Federal  and  local  lav;s  and  regulations,  the 
Authority  v;ill  raah.e  every  reasonable  effort  to  acquire  each  property  by 
negotiation  before  instituting  crainent  domain  proceedings  against  the 
property.   The  Authority  v.'ill  rua^ce  a  diligent,  conscientious  effort  to 
induce  the  owner  to  accept  a  fair  price  for  his  property. 
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AcouJ.r.  .m:  ion : 

If  the  efior'c  to  acc[ui;:o  a  propsrcy  by  negotiation  is  success- 
ful, arranger-icnts  for  tho  transfer  of  title  and  payment  for  the  property 
v/ill  bhcn  bo  r;iade.   An  option  of  purchase  is  entered  into  that  provides 
for  (a)  date  for  transfer  of  title,  i.e.,  the  closing,  (b)  purchase 
price,  (c)  provi.sion  for  discharge  of  any  mortgages  and  rerr.oval  of  any 
encuwbraiices  on  the  property,  (d)  v.'aiver  of  all  rights  to  contest  the 
amount  of  damages  payable  for  the  property,  and  (e)  date  for  transfer 
of  possession,  v;ith  respect  to  the  latter,  no  person  la\;fully  occupyirj 
property  V7ill  be  required  to  surrender  possession  vithout  at  least  120 

days'  v;ritten  notice  from  the  Authority  of  the  date  on  v.'hich  possession 
v.'ill  be  required. 

If  that  effort  is  unsuccessful,  the  Authority  v/ill  mar.e  a 
final  offer  to  the  ovnior  in  vnriting.   This  offer  will  include  an 
invitation  to  discuss  the  acquisition  of  the  property,  provide  for  a 
reasonable  period  of  tir.e  for  the  ov.-ner  to  accept  or  reject  the  invi- 
tation, and  \;ill  include  notification  of  the  date  on  v.'hich  the  Avithorit^ 
intends  to  institute  er.iinent  dortiain  proceedings  if  agreement  cannot  be 
reached  on  the  purchase  of  the  property  v;ithin  the  specified  time  perioc 
Closing  Expenses-. 

The  Authority  at  the  closing  v.'ill  pay  for  all  Federal  and  St?.t< 
documentary  stamps,  recording  fees,  and  in  some  cases,  the  penalty 
assessed  for  prepayment  of  any  outstanding  mortgage. 
Erriinent  Dorriain  Proceedinrrs : 

If  the  attcrtipt  to  negotiate  a  purchase  of  property  is  un- 
successful, the  Authority  v/ill  initiate  eminent  domain  proceedings  to 
acq-uire  the  property  in  accordance  v;ith  the  provisions  of  Chapter  7S  of 
the  General  Lav;s,  as  amended,  (or  in  the  event  property  is  purchased 
through  negotiation,  a  confirmatory  ta];ing  may  bo  made) . 

The  ci.iincnt  domain  procedure  follov/cd  by  the  Autliority  is  as 
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(1)  The  yAuuhori'cy  aO.opt  5  an  orc^ar  of  trJ-.ing  v.'hich 
describes  the  propsrcy  to  bo  acquii-cd  and  the 
amount  of  dainages  authoriiicd  to  bo  paid. 

(2)  Upon  rccordinrj  of  this  order  in  the  Registry 
of  Dcoc'.^,,    title  to  the  property  rests  in  the 
Authority  and  the  right  to  dair^ages  rests  in 
the  forifier  owner  and  other  persons  entitled 
thereto. 

(3)  The  Authority  has  the  power  to  amend  the 
av;ard  prior  to  the  payii.ent  thereof  by  reason 
of  a  change  in  ov/nership  or  value  of  the 
property  before  the  right  to  damages  therefor 
has  become  vested  or  for  other  good  cause  shov.'n. 

(4)  Payraent  of  the  amount  of  damages  av.-arded  luust 
be  made  either  v.'ithin  si:cty  (60)  days  after  the 
order  of  taking  is  recorded  or  within  fifteen 
(15)  days  after  demand  by  the  former  owner  at 
the  election  of  the  Authority.  Such  election 
is  made  before  the  notice  of  taking  is  sent 

to  the  owner. 

(5)  Notice  is  sent  to  every  person,  including  every 
mortgagee  of  record^  whose  property  has  been 
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takcn  or  v;ho  is  otherwise  entitled  to  claraages  on 
account  of  such  tny.ing.  The  notice  contains  the 
foil ov; i ncj  info rr.ia t i o n : 

(a)  announce-iT.ent  of  tin.e  and  place  at  v/hich  tlae 
person  can  obtc-'in  payr^iont  of  damages  awarded; 

(b)  purpose  and  extent  of  ta]:ing; 

(c)  the  tirae  v/ithin  \;hich  the  person  may  petition 
the  Superior  Court  for  SuffolV.  County  to 
determine  his  damages, 

(6)   Damages  awarded  by  the  Authority  may  be  accepted 
in  full  settlement  of  the  right  of  the  party  to 
damages  with  respect  to  the  taking  of  the  pro- 
perty or  n.ay  be  accepted  as  payment  pro  tanto 
pursuant  to  Chapter  73,  Section  QA   without  pre- 
judice to  or  waiver  of  surrender  of  any  right 
to  claim  a  larger  sw>  by  proceeding  before  the 
superior  Court.   If  damages  assessed  in  court 
are  less  than  the  damages  awarded  by  the  Autho- 
rity and  received  by  the  party  as  a  pro  tanto 
payment,  the  e:.:cess,  together  with  interest 
on  the  excess  from  the  dace  of  the  assesment 
by  the  court,  and  court  costs,  are  payable  to 
the  Authority.   If  the  damages  assessed  in 
court  are  more  than  the  damages  a\.-ardcd  by  the 
■  Authority  and  received  by  the  party  as  pro 
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tanto  payiTicnc,  the  cliffcrencc,  togetlior  with 
interest  on  the  c^ifferenca  froni  the  ci.ate  of 
the  av.'arc^.  of  the  7\uthority  anc  court  costs, 
are  payable  by  the  7i.v;thority. 
(7)   llo  person  in  possession  of  property  shall  be 

requirecl  to  vacate  any  portion  of  such  property 
V7hich  is  being  v.scd  by  hira  as  a  c>.'.'elling  place 
or  place  of  business  at  the  t5-me  the  order  of 
taking  has  been  given  to  hiri  until  120  days 
fror.i  the  date  notice  is  sent  to  hiiTi  of  the 
taking. 

In  addition,  under  the  1549  Housing  Act,,  as  amended,  additional 
Federal  recuiroruents  are  imposed  which  overlap  the  recuireiaents 
of  the  State.   They  are  as  follov;s: 

The  Authority  v;ill  not  require  any  ovmer  to  surrender 
the  right  to  possessioii  of  his  property  until  the 
Authority  pays  to  the  ovmer  (a)  the  agreed  purchase 
price  arrived  at  by  negotiation,  or  (b)  in  any  case 
v;here  only  the  amount  of  payn;ent  to  the  ov.'ner  is  in 
dispute,  not  less  than  seventy-five  percent  (75^'^)  of 
the  appraised  fair  value  as  approved  by  the  Authority 
and  concurred  in  by  the  Departiaent  of  Housing  and  Urban 
Development  and,  further,  if  applicable,  v;ill  not  require 
any  person  lawfully  occupying  property  to  surrender 
possession  without  at  least  ninety  (50)  days'  written 


notice  froni  the  Authority  of  the  date  on  v.'hich 

poGsescjion  v;ill  be  requircci. 

If  the  property  is  accuired  througli  citiinent  domain 

proceedings,  the  90-day  notice  to  be  given  prior 

to  the  dace  on  v;hich  the  Authority  acquires  title  to 

to  the  property. 

Inspection  of  Property: 

Iruiaediately  before  the  time  that  payinsnt  is  ir^ade  for  a 

particular  property  or  the  title  thereof  is  vested  in  the  Authority, 

a  representative  for  the  Authority  v.'ill  ina'ce  an  inspection  of  the 

property  to  deterraine: 

1.  That  the  property  conforivis  substantially  to  the 
property  as  appraised, 

2.  That  there  is  no  evidence  of  v-'or-c  or  labor  having 
been  perforaried  or  iiiaterials  furnished  in  connection 
v;ith  any  iniproveuicnt  to  the  property  that  might 
entitle  anyone  to  a  lieji  on  the  property. 

3.  That,  after  title  passes  to  the  Authority,  there 
v;ill  be  no  outstanding  rights  of  possession  or  inter- 
est superior  to  the  rights  of  the  Authority  except 
eascruents  or  other  interests  that  do  not  have  to 

be  acou.ired  to  carry  out  the  project. 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT:   Racial  or  Discriminatory    CODE  NO.  R-222(2)(m) 

Covenants 


The  Urban  Renewal  Plan  for  the  project  area  will  provide  a  general 
prohibition  against  restrictive  covenants.   The  Redevelopment  Authority 
shall  not  sell,  lease  or  otherwise  convey  any  interest  in  acquired  land 
with  restrictions  based  upon  race,  religion,  color  or  national  origin. 
The  condemnation  of  all  properties  in  the  project  area  will  clear  all 
title  restrictions  of  this  nature. 

The  provisions  of  the  Urban  Renewal  Handbook,  RHA  7203.1,  in  "Equal 
Opportunity  Requirements",  will  be  complied  with  and  will  be  subject 
to  the  applicable  provisions  of  Executive  order  11246,  as  amended  by 
Executive  Order  1137  5,  to  ensure  equal  opportunity  for  all  qualified 
persons  without  regard  to  race,  color,  religion,  or  national  origin 
employed  with  Government  contractors  or  with  contractors  performing 
under  Federally-assisted  construction  contracts. 

In  addition,  the  provisions  of  Chapter  1,  Appendix  1  of  RHA  7203.1/ 
"Non-Discrimination  in  Federally-assisted  programs  of  the  Department 
of  Housing  and  Urban  Development  -  Effectuation  of  Title  VI  of  the 
Civil  Rights  Act  of  1964",  will  be  complied  with  to  ensure  that  no  person 

shall,     on  the  grounds  of  race,  color,  religion,  or  national  origin^ 
be  excluded  from  participation  in,  be  denied  the  benefits  of,  or  be 
subject  to  discrimination  under  any  program  or  activity  receiving 
Federal  financial  assistance. 


Mass.  R-  1  of  1 


APPLICATION  FOR 
LOAN  AND  GRANT 
PROJECT  NO.  Mass.  R- 


East  Boston  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


RELOCATION  REPORT:   RELOCATION  PROGRAM  CODE  R-22; 


It  is  expected  that  two  households  may  be  displaced  on  this  site. 
The  full  range  of  relocation  services  and  benefits  will  be 
provided  to  residents  by  the  Boston  Redevelopment  Authority  through 
its  Family  Relocation  Department.   At  the  time  of  project 
approval  a  relocation  worker  will  be  assigned  to  v/ork  with  the 
residents  to  insure  that  social  or  other  necessary  referral 
services  are  provided  and  to  develop  individual  rehousing  plans. 

It  is  e:cpected  that  eleven  businesses  may  be  displaced  on  this 
site.   These  businesses  include  one  barbershop,  two  clubs,  three 
storage  companies,  and  five  assorted  businesses.   These  eleven 
businesses  eivploy  approximately  S3  employees.   All  of  these 
businesses  are  located  in  deteriorated  buildings.   A  full  range 
of  relocation  services  will  be  provided  by  the  Business  Relocation 
Office  of  the  Boston  Redevelopment  Authority  which  will  provide 
these  businesses  with  an  appropriate  informational  program  provided 
by  its  trained  business  relocation  workers.   Listings  concerning 
available  commercial  space  are  presently  available  through  the 
Business  Relocation  Office  and  will  be  made  available  to  all 
relocated  businesses  in  this  area. 

The  relocation  services  will  be  carried  out  in  accordance  v;ith  HUD 
and  Authority  policies  and  requirements,  as  described  in  the  most 
recent  program  submission  (revised  Campus  High  Early  Land 
Acquisition  Relocation  Statement — June  1969)  which  received  HUD 
approval  on  October  1,  1969. 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  IMPROVEMENTS  REPORT  CODE  NO.  R-2  24 


The  Project  Improvements  Report  will  be  submitted  under  separate  cover 
during  project  execution  as  soon  as  possible  subsequent  to  Federal 
approval  to  incur  costs. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Land  Use  and  Marketability    CODE  NO.  R-225  (i; 
Study  and  Appraisal  Reports 


No  Land  Use  and  Marketability  Study  is  required  since  the  project  is 
to  be  redeveloped  entirely  for  public  use. 

The  two  required  reuse  appraisals  will  be  submitted  during  project 
execution. 


Mass.  R-      /R-225  (1) 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Evidence  of  Availability    CODE  NO.  R-225(2) 
of  Mortgage  Financing 


Not  applicable. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Tabulation  of  Land 
Disposal  Estimates 


CODE  NO.  R-225  (3) 


Redevelopment  Use 

Approx.  No. 
of  parcels 

Area  in 
Sq.Ft. 

Estimate 

1.   Total  Uses 

1 

306,540 

$150,000 

2.   Total  Public  and  Quasi- 
Public  uses 

1 

306, 540 

$150,000 

a. 

Streets  and  Other  Public 
r/w  (by  dedication) 

b. 

Streets  and  Other  Public 
R/W 

c. 

Parks,  Playgrounds,  etc. 
(by  dedication) 

d. 

Parks,  Playgrounds,  etc. 

e. 

Public  Utility  Easements 

f. 

Low-Rent  Public  Housing 

1 

306,  540 

$150,000 

g. 

Other  Public  Uses 

h. 

Non-profit  Institutional 

3.   Total  Private  uses 

a. 

Residential 

b. 

Commercial 

c. 

Light  Industrial 

d. 

Heavy  Industrial 

e . 

Other 

Mass.   R-     /R-225  (3) 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Appraiser's  -  LPA ' s  CODE  NO.  R-225  (4) 

Estimate  Difference 


Explanation  of  any  differences  between  "appraiser's  estimate"  and 
"LPA's  estimate"  in  "Tabulation  of  Land  Disposal  Estimates"  for  the 
Sumner  Street  Public  Housing  Urban  Renewal  Area  will  be  submitted 
during  project  execution  after  appraisals  are  made. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Project  Improvements       CODE  NO.  R-225  (5) 
Provided  by  Redevelopers 


No  site  clearance  work  or  installation  of  project  improvements  are 
scheduled  at  this  time  to  be  provided  by  redevelopers. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Exemption  from  Taxation      CODE  NO.  R-225  (6) 


The  site  is  to  be  disposed  of  to  the  Boston  Housing  Authority  under 
the  provisions  of  Section  107  of  the  Housing  Act  of  1949,  as  amended, 
for  low-rent  public  housing  for  the  elderly.   Exemption  from  tax- 
ation will  be  petitioned  for  and  granted  under  Clause  k  of  the  Assess- 
ing Department  of  the  City  of  Boston. 

Payments  will  be  made  in  lieu  of  taxes  to  approximate  10  per  cent  of 
the  gross  annual  income. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Estimate  Reuse  Value  in    CODE  NO.  R-225  (7) 
Lieu  of  Reuse  Appraisal 


Section  107  of  Title  I  permits  the  sale  of  project  property  for  public 
housing  use  at  a  price  that  is  set  in  terms  of  its  value  in  accordance 
with  provision  of  low-income  housing,  rather  than  for  a  higher  level 
of  use. 

A  lump  sum  estimate  of  land  proceeds  derived  from  recently  completed 
real  estate  consultant  reuse  appraisal  information  was  prepared  by 
Redevelopment  Authority  personnel. 

The  estimated  reuse  value  of  $.50  per  square  foot  is  intended  as  a 
guide  for  the  Project  Cost  and  Financing  Plan  (Form  HUD-6200) .   The 
two  required  reuse  appraisals  will  be  obtained  during  the  execution 
period  of  the  project. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Disposition  Parcel  Map      CODE  NO.  R-225  (8) 


The  Disposition  Parcel  Map  is  submitted  with  Code  No.  R-213  (Urban 
Renewal  plan) . 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Parcel  to  be  Disposed  of    CODE  NO.  R-225  (9) 
For  Public  Use 


The  project  area  consists  of  only  one  (1)  parcel;  that  parcel  is  to 
be  disposed  of  for  a  public  use  (primarily  for  public  housing  for 
the  elderly) . 

The  following  statement  relates  to  the  disposition  of  the  parcel: 

a)  Disposition  Parcel  No.  1 

b)  Proposed  redeveloper:   Boston  Housing  Authority 

c)  Proposed  date  redeveloper  will  acquire  land:   Mid  1971. 

d)  Estimated  Disposal  Price;   $150,000 

e)  Proposed  date  for  BRA  request  for  HUD  concurrence  in 
the  proposed  disposal:   Late  1970. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT:   Conferences  Establishing     CODE  NO.  R-225  (10) 
Types  and  Cost  of  Housing 


As  a  single-purpose  urban  renewal  project  primarily  for  public  housing 
for  the  elderly,  conferences  were  held  with  representatives  of  the 
Boston  Housing  Authority  on  the  suitability  of  the  housing  for  the 
project  area. 

On  Wednesday,  February  4,  1970,  the  Boston  Housing  Authority  voted 
to  develop  public  housing  on  the  Sumner  Street  site  in  East  Boston 
provided  that  the  Boston  Redevelopment  Authority  make  the  cleared 
site  available  to  the  Housing  Authority  at  a  cost  consistent  with  that 
for  other  sites  conveyed  through  the  urban  renewal  process  for  public 
housing  use. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT: 


Prohibition  Against 
Restrictive  Covenants 


CODE  NO.  R-22  5  (11) 


See  Code  No.  R-222  (2)  for  a  statement  that  the  project  land  will  not 
be  restricted  by  any  agreement  or  other  instrument  on  the  basis  of  race, 
color,  religion  or  national  origin  in  the  sale,  lease  or  occupancy 
thereof. 


Mass 


/R-225  (11) 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS,  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND  Form  HUD  -6200       CODE  NO.  R-226  (1) 

FINANCING  REPORT 

Form  HUD-6200,  Project  Estimate  and  Financing  Plan,  is  attached. 
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u  No.  63-R90e.2 

HUD-62M 

US    DEPARTMENT   OF    HOUiINO   AND  UF<fiAN    DtVLLOPMENT 
URBAN    RENEWAL    PROG(!AM 

PROJECT  COST  ESTIMATE  AND  FINANCING  PLAN 

rnojuc  r  LOCALITY 

Boston.    Massachusetts 

pRojtcTNAME     SuiTiner    Street 
Public   Housing   Urban 
Renewal    Area 

tSSTRl'C.TI(>.\S:    Submit  original  and  a  second  signed  copy  in  Binder  So.  I,  and 
copies  in  Hinders  No.  2,  3,  4.  3,  6,  and  7. 

Mass.    R- 

SUBMISSION  (Check  and  complete  the  description  which  applies) 

[     ]     ACCOMPANIES   FINAL   PROJECT   REPORT                              REVISES  PROJECT  COST   ESTIMATE  AND   FINANCING   PLA-, 

[     ]      SUBMITTED  BY   LPA  ON                                                        ,  19 

DATED     February    1            .   isTO                           [  ]    accepted  by  hud  on                                  .19 

SECTION  A.    ESTIMATE  OF  GROSS  AMD  NET  PROJECT  COSTS 

LINE 
NO. 

ITEM 

TO  BE  COMPLETED   BY   LPA 

TO  BE  complete; 1 

BY   HUD 

f     ]     INITIAL 
^     '     ESTIMATE 
OR 

,      ,      LATEST 
I      J      ACCEPTED 
ESTIMATE 
(a) 

REVISED 
ESTIMATE 

(b) 

ESTIMATE 

ACCEPTED 

BY  HUD 

(c) 

A-1 

ITEM  1  OK  GROSS  PROJECT  COST: 

i, 226, 208 

$ 

$ 

TOTAL  PROJECT  EXPENDITURES  (from  Form  HUD-6220.  line  19 J 

A-2 

ITENi  :  OV  -.-V'^v,  ,  KOJECT  COST     {Noncash  Local  Grants-in-Aid): 

0 

Cash  value  of  land  donations  (from  Supporting  Schedule  I) 

A -3 

Demolition  and  removal  work  (from  Supporting  Schedule  2) 

0 

A-4 

Project  or  site  improvements  (from  Supporting  Schedule  3) 

0 

A-5 

Public  or  supporting  facilities  (from  Supporting  Schedule  4) 

0 

A-6 

Other  noncash  local  grants-in-aid  (from  Supporting  Schedule  5) 

1,407,778 

A -7 

TOTALNONCASH  LOCAL  GRANTS-IN-AID 
(sum  of  lines  A-2  through  A-6) 

$1,407,778 

$ 

$ 

A -8 

A -9 

GROSS  PROJECT  COST  (ITEM  I  plus  ITEM  2)  (line  A-1  plus  A -7) 

$4,633,986 

$ 

$ 

PROCEEDS  FROM  PROJECT  LAND: 

$      150,000 

$ 

$ 

Sale  price  of  project  land  to  be  sold 

A-10 

Capital  value  imputed  to  project  land  to  be   leased 

0 

A-ll 

Capital  value  of  project  land  to  be  retained  by  LPA 

0 

.u 

TOTAL  PROCEEDS  FROM  PROJ  ECT  LAND 
(sum  of  lines  A -9,  A-10,  and  A-ll) 

$      150,000 

$ 

$ 

A-13 

NET  PROJECT  COST  (tine  A-8  minus  A-12) 

54,483,986 

$ 

$ 

A-14 

SHARING  OF  NET  PROJECT  COST: 

$4,483,986 

$ 

$ 

Net  Project  Cost  of  this  project  (from  tine  A-!3) 

A-I5 

Net  Project  Cost  of  other  projects  (if  any)  pooled  with 
this  project  I'/rom  Supporting  Schedule  6) 

0 

A- 1 6 

Apprc>:alc  Net  Project  Costs  for  this  and  other  projects  (if  any) 
in  the  pool  (line  A-lt  plus  A-13) 

0 

A-17 

Minimum  local  prants-in-aiJ  required  for  this  and  other  projects 
(if  any)  in  the  pool 

1,494,662 

A-18 

(Lc%s)-\oUi\  local  prants-in-aid  to  be   provided  for  other 
projects  (if  any)  in  the  pool 

0 

A-10 

('/■.'/liij/s;  Minimum  local  f;rants-in-a  id  requited  for  this   proieit 
(tinr    \-l7  minu.    ■\-lH> 

^1,494,662 

S 

s 

I'nr- 

2  „f  (, 

HUD-6200 
(1-68) 

SECTION  A.     ESTIMATE  OF  GROSS  AND  NET  PROJECT  COSTS  (Cmiunu;!) 

LINE 
NO. 

ITEM 

TO  BE   COMPLLTED  BY   LPA 

TO   BE  COMPLETED 
BY   HUD 

[      ]lNITIAL   ESTIMATE 

OR 

r      ]  LATEST   ACCEPTED 

^    •'estimate 
(a) 

REVISED   ESTIMATE 
(b) 

ESTIMATE    ACCEPTED 
BY   HUD 

(c) 

A-2n 

SII.'\K1N(.  Ol     .Ml    I'KdII  (    r  ( OSI':  (Cnntinu,;! ) 

s  1,407,778 

s 

s 

l.CX.Al.  (.K.A.N  lS-l\-,Ain.    rills  PKOIIf    1: 

N'oMc.ish   local  pr.inis-in-.uJ  (triw,  luir    \ -7 1 

A-:i 

Cash  local  prants-in-aid 

86,884 

A-22 

TOTAL  LOCAL  GR  ANTS-L\-A  ID  TOR  THIS  PROJLCT 
(line  A-20  plus  A->1  )(must  be  not  lc.-.s  than  A-19) 

s  1.494,662 

s 

A-2^ 

PROJIXT  CAPITAL  GRANT  (line  A-l  f  minus  A-2-2) 

$     2,989,324 

s 

A-2i 

Ri: LOCATION  GRANT  (from  Form  llVD-6220.  line  20) 

5           187,600 

$ 

A-25 

RHIIABII.ITATION  GRANTrAo"'  Form  HUD-6220,  line  21) 

0 

$ 

A-26 

TOTAL  1  F.ni  KAI.  CAPIT.AI.  GRANT  (sum  of  linesA-23. 

^,176,924 

$ 

SECTION  B.    SOURCES  OF  FUNDS  FOR  PROJECT  EXPENDITURES,  RELOCATION  PAYMENTS 
AND  REHABILITATION  GRANTS 

LINE 
NO. 

ITEM 

to  be   completed  by   LPA 

TO   BE   COMPLETED 
BY   HUD 

[      ]  INITIAL   ESTIMATE 

OR 

r      1  LATEST    ACCEPTED 

^    •'estimate 
(a) 

REVISED   ESTIMATE 
(b) 

ESTIMATE   ACCEPTED 
BY    HUD 

(C) 

K-l 

Total  cash  rcquirenicnis  for  project  expenditures , 
Relocation  Payments,  and   Rehabilitation  Grants 
(sum  of  lines  A-l,    1-2  f,  ami  A-25) 

S  3,413,808 

$ 

s 

Cash  local  prants-in-.iiJ: 

ACTUAL  OR 

ESTIMATED 

DATE   OF    RECEIPT 

SOURCE  OF  CASH 

15-2 

City   of   Boston 

S        86,884 

s 

s 

H-3 

B-4 

H-5 

Real  estate  tax  credit.s  (from  Form  HUD-6220.  line  61,1 

Ii-6 

Total  cash  local  (;rants-in-aid 
(sum  of  lines  l)-2  through  11-3) 

$        86,884 

s 

s 

M-7 

Total  funds  to  be  applied  to  project  expenditures, 
Relocation  Payments,  and   Rehabilitation  Grants,  from 
short-term  borrow, n>;s   other  tli.in  thos,    on  line  H-')bel..u 

s            0 

< 

s 

H-8 

.Subtot.il  (line   Ii-6  /i/.'<s    li-7) 

5        86,884 

s 

s 

H-9 

I'Koii  <:r  ^|;M1H)|;AK^  loan  i  iikoik.ii  diki  (  i  on 

I'RIVAIl     IINANC  1\G  INni   R   LOAN  AND  (.RAM 
(  0\1KA(   •!//,„,    /;./   mini,^    l!-H) 

3,326,924 

s 

s 

I'iiFc 

T  .iff. 

HUP-62C0 

■.(]■^B< 

1 

SECTION  C.   SOURCES  OF  FUNDS  FOR  REPAYMENT  OF  PROJECT    TEMPORARY  LOAN 

LINE 
NO. 

ITEM 

TO    Ur    COMPLETflO    f3  Y    LPA 

TOEIE  COMPLETLL 
BY    HUD 

r      l      INITIAL 
^      '      ESTIMATE 

OR 

LATEST 
I      J      ACCEPTED 
ESTIMATE 

REVISED 
ESTIMATE 

(M 

ESTIMATE 

ACCEPTED 

BY    HUD 

{<) 

C-l 

lUTAl.  PHO(:i;i.l)S  1  ROM  I'U0.1i:(:'l'  ]..\\\)(frum   'inc    i-IJJ 

S        150,000 

s 

s 

(:-2 

Project  c..pil:.l  pr..nl  (from  linr  .-UJSJ 

2.989.324 

C-3 

K.-localion  GrnnlCAom  tine    1-24) 

187,600 

C-J 

R.-hal.ililalion  Grant  (frnm  line  A-25J 

0 

c:.5 

TOTAL  (sum  of  Unes  C-l  ihrough  C-t)  (The  sum  shon  n  on  this  line 
must  b.    rnual  to  amount  shown  on  line  [i-9,  above) 

«3, 326, 924 

s 

8 

Acceptance  of  the  esti:iw'-s  submitted  is  hereby  requested. 

February   1.    1970                                                     UUuL^  0JIX_J  OiLAJiJA 

Dele                                                                                                                                 n' Signelure   ol  Authorized  Olficer                                 \^^ 

BOSTON    REDEVEL0PI4ENT   AUTHORITY                                             DIRECTOR 

Local  Public  Agency                                                                                                                                  Title 

ACCEPTANCE 
The  estimates  are  accepted  as  indicated  in  the  appropriate  column. 

Date                                                                                                                                                        Sleralure 

Title 

PMPC    1    of  f, 

n.«» 

SUPPORTING  SCHEDULES 

SCHEDULE    1.     LAND  DONATIONS  (Lond   PatcrU  or  Land  Interests) 

IDENTIFICATION 
(a) 

NAME  OF   DONOR 
(b) 

ESTIMATED 

CASH   VALUE 

SUBMITTED 

BY   LPA 

(c) 

TO   HE   CO'^PLETE; 
BY   HUD 

ESTIMATED  Ci£- 

VALUE accepts: 

BY  HUD 
(d) 

N/A 

$ 

$ 

CASH  VALUI-:  or  LAND  DONATIONS  (Enter  on  line  A-2) 

s 

$ 

SCHEDULE  2.    DEMOLITION  AND  REMOVAL  WORK—  NONCASH  LOCAL  GRANTS-IN-AID 

(Include  work  which  Lis  been  or  will  be  provided) 

IDENTIFICATION   OF   DEMOLITION 
OR  REMOVAL  WORK  JOBS 

(a) 

NAME  OF 
PROVIDING  ENTITY 

(b) 

ESTIMATED  NET 

COST   SUBMITTED 

BY   LPA 

(c) 

TO  BE  COV.PuETE: 

cost  accepted 

BY  HUD 
(d) 

N/A 

$ 

i 

TOTAL  D1;M0LITI0N  ANO  removal  work  to  B1£  charged  TO  ITEM  2  OF 
GROSS  PROJECT  COST  fl-nler  on  line  A-3) 

s 

s 

SCHEDULE  3.   PROJECT  OR  SITE  IMPROVEMENTS  —  NONCASH  LOCAL  GRANTS-IN-AID 

IDENTIFICATION 
(a) 

NAME  OF 
PROVIDING  ENTITY 

(b) 

ESTIMATE  SUBMITTED   BY   LPA 

TO  BE  complete: 

BY  HL'D                          ] 

TOTAL   COST 
(c) 

CHARGE  TO  project' 

ESTIMATE   ACCEP-EZ    . 
BY    HUD 

% 
(d) 

AMOUN  T 

((c)  X  (d)) 

% 

(0 

AMOUNT 

N/A 

s 

s 

$ 

-.1,  .ip|.ly  thr  pr 


HUD-6700 

(1-681 


SUPPORTING  SCHEDULES  (C.^tinur,!) 


SCHFDULE  3.     PROJECT  OR  SITE   IMPRO  V  CMEN  TS  — NONCASH  LOCAL  GR  ANTS-IN- AID  ^^.''iMn,/,,/; 


IDENTIFICATION 


N/A 


NAME    OF 
PROVIDING    ENTn  ■ 


ESTIMATE   SUBMITTED   RY    L( 


TOTAL  COS1 


CHARGE  TO  PROJECT 


ror'.!   I'Hoii  I  T  ou  SIT!   iv;,'rovi:mi;xis  to  m 

C;HAk(.i:i)  To  .  i  i   .;  .  OV   cross  I^ROJI-XT  cost  (Enter 
«n  Urn-  A-t- 


((c)  X  (d)) 

(<■) 


SCHEDULE  4.    PUBLIC  OR  SUPPORTING  FACILITIES 


ESTIMATE  SUBMITTED  BY   LPA 


CHARGE    TO   PROJECT 


IDENTIFICATION 


NAME   OF 
'ROVIDING  ENTITY 


-OTAL   COST 


(b) 


TO  BE   COMP-ETEC 

B_Y  ±fU  D 

:PTE. 


/10UN1 


N/A 


OTA  I.  SI' 

o  I'Kdjr 


•.,r.,-r,  „'(, 

HUD-i:X 

SUPPORTING  SCHEDULES/^<"//('n/,,/; 

SCHEDULE  5.  OTHER  NONCASH   LOCAL  GRANTS-IN-AID  (l>u  hulii,^  >.<  .  //-'  rJncUuuia!  inslilulioti.-,  or  hn-inluls;    Sec.  I07(bj 

IDENTIFICATION 
(u) 

TO   BE    COMPLETED   BY    LPA 

TO   BE    COMPLETED 
BY    HUD 

NAME    OF 

PROVIDING 

ENTITY 

ESTIMATE 

SUBMITTED 

BY    LPA 

(r) 

ESTIMATE 

ACCEPTED 

BY    HUD 

(d) 

Cost    of    Lanc3 

Cost    of   Demolition 

Cost    of   Project    Improvement 

Administrative    Interest    ancJ 

Other    Project    Costs 

TOTAL: 

Less: 

Sales    Price    of   Land 
Remainder 
-f  2 

8 

1,200,000 
458,541 
607,516 

699.500 

8 

2,965,557 

150.000 
2,815,557 
1,407,778 

TOTAL  (Enter  on   Unc  A-6) 

5  1,407,778 

S 

SCHEDULE  6.  NET  PROJECT  COST  OF  OTHER   PROJECTS  POOLED  WITH  THIS  PROJECT  (h'rum  hu^t  accepted 
Form  III  D-6200,  line  A-13,  for  the  jollowmg  projects:) 

PROJECT    NUMBER 
(Enter  each  project  number) 

(a) 

TO   BE   COMPLETED   BY    LPA 

TO    BE    COMPLETED 
BY    HUD 

DATE    APPROVED 
BY    HUD 

(b) 

ESTIMATE 

SUBMITTED 

BY    LPA 

(c) 

ESTIMATE 

ACCEPTED 

BY    HUD 

(d) 

N/A 

s 

8 

■|()  lAl.  (Enter  ,„,   /,„,    .\.i:0 

8 

8 

APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND     Supporting  Statements  for        CODE  NO.  R-226  (2) 
FINANCING  REPORT     Estimates  of  Non-Cash 
Local  Grants-in-Aid 


A  Section  107  non-cash  local  grant-in-aid  credit  for  low  rent  public 
housing  is  claimed  for  this  project. 

The  amount  of  the  non-cash  grant-in-aid  credit  that  is  claimed  for  the 
low  rent  public  housing  is  equal  to  one-half  of  the  difference  between 

(1)  the  cost  of  the  real  property  including  demolition  and  project 
improvements,  administrative  interest,  and  other  project  costs;  and 

(2)  its  sale  price. 

COST  OF  LAND; 

The  cost  of  land  is  described  in  Code  No.  R-222  (2) (c) .   The  estimated 

price  to  be  paid  by  the  Authority  is  $1,200,000. 

COST  OF  DEMOLITION; 

Demolition  costs  for  clearing  the  buildings  within  the  boundary  of  low 
rent  public  housing  site,  capping  of  utilities,  and  resident  engineer 
is  estimated  at  $458,541. 

COST  OF  PROJECT  IMPROVEMENTS; 

The  cost  of  all  project  improvements  in  the  streets  bounding  the  low 
rent  public  housing  site  has  been  divided  equally  between  the  site  and 
other  areas  to  be  served.   A  Boston  Redevelopment  Authority  Engineering 
Department  estimate  for  project  improvements  is  $1,111,353.   A  total 
of  $1,066,057  has  been  applied  for,  as  the  streets  to  be  improved  are 
comprised  primarily  of  an  interior  street  which  is  bounded  by  railroad 
tracks  thereby  allowing  for  a  100%  credit,  with  other  boundary  streets 
being  limited  to  only  a  50%  charge  to  the  project. 
ADMINISTRATIVE.  INTEREST.  OTHER  PROJECT  COSTS; 

All  other  Item  1  project  costs  have  been  included  in  total  for  the 
purpose  of  computing  the  Section  107  credit.   These  items  include  admin- 
istrative, property  management,  disposal,  interest,  contingencies  and 
project  inspection  line  items  as  outlined  in  Form  HUD  6220.   These 
costs  are  estimated  at  $699,500. 

Mass.  R-     /R-226  (2)  1  of  2 


SALE  PRICE  OF  THE  SITE; 


The  disposition  price  of  the  low  rent  public  housing  site  is  described 
in  Code  No.  R-225  (7).   The  disposition  proceeds  of  $150,000  for  land 
for  the  low  rent  public  housing  project  was  estimated  at  a  price  equal 
to  the  fair  value  as  determined  under  the  special  provisions  of 
Section  107  of  the  Housing  Act  of  1949,  as  amended. 


Mass.  R-     /R-226  (2)  2  of  2 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  IvlASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND  Sharing  of  Net        CODE  NO.  R-226(3) 

FINANCING  REPORT  Project  Cost 


In  conjunction  with  the  Section  107  non-cash  grant-in-aid  credit  for 
low-rent  public  housing  for  the  elderly,  the  Authority  shall  submit 
with  the  part  II,  Loan  and  Grant  Application:   (1)  an  executed 
Annual  Contributions  Agreement  or  its  equivalent  and  (2)  an  executed 
Cooperation  Agreement  providing  for  the  continuing  local  contribution 
to  the  low-rent  public  housing  for  the  elderly  project. 


Mass.  R-     /r-226  (3)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND      Form  HUD-6220,  Project  CODE  NO.  R-226  (4) 

FINANCING  REPORT:      Expenditures  Budget 


Form  HnjD-5220,  Project  Expenditures  Budget,  is  attached. 


Mass.  R-     /R-226  (4)  1  of  1 


V,,r 

of  3                                                                                       PuJr 

Fo,m  approvrd 

ct    llurrnu  No.    C1-110 

m 

HUD-C2i 
(l?-i5 

i)F:i'AirrMi:NT  of  housing  and  unuAN  i)i:v'i:i.orMi:NT 
URBAN  i^f:ncwal  PHCGHAM 

PROJECT   EXPCtlDITURHS   BUDGET 

^•KOJLCT    LOC*L.TY 

Boston,    Massachusetts 

PHOJt  CT    HAM  = 

Sumner   St.    Public  Housing 
Urban  Renev;al  Area 

PROJLCT   HUWim 

Mass.    R- 

BUDGET  t.O. 

ISSTF.iCTIOSS:       Initial    Ru'^ECl:       Prepare    original    and    g    eopiei    /o  •    «l//).       5u6«if    orii,i::l    and    (    copies     in    Under    So.     1. 
and    copies     m    Binders    No.     i.3.i.     and    5.       Revised    Rudgcl:        //    .ilh    amendatory    appl  ie  c:  ,cn.     folio*    'Initial    Burfjtl'     ■  r. . 
icructioni.       Otherwise,     subnit    original     and    i    copies     to    HVD. 

DATES  OF  BUDGET  APPROVALS     (Complete  for  revision  on 
Dudcel  No.  1.                                                 .19                     L 

hJ 

Jtest  Approved  Dud£ 

el  (No.            ),                                                                ,19 

LINT 
NO. 

ACTIVITY  classification' 

TO  BE  COMPLETED  -^  LPA 

TO    BE    FILLED 

USE  ONLY  FOR  REVISED  DUDGET 

IN    BY    HUD 

LATEST 

APPROVED 

BUDGET 

(•) 

ADJUSTMENT 
(♦   OR   -) 

a) 

BUDGET 
REQUESTED   FOR 

36          MOIVTHS 
(c) 

BUDGET 
APPROVED  FOR 

MOSTKS 
(d) 

1 

T01.'\J.  6LHVt:Y  AND  PLANNING  EXPENniTUKF-S 
(Includes  all  costs  incurred,  costs  cstimat-d  to  be 
incurred,  and  interest  on  advances  to  repayment 
dale)  (Fl   ItOl.  K   1403,    R   MOD 

s 

8 

$263,708 

$ 

2 

PliOJF.CT  EXrx;UT10N  F.XPENDITUHFS: 

$115,000 

Administration: 

a.    Administrative  overhead  and  services 
(R   inO.Ol.  R  1110.09,  R  1410.16, 
R  1410.19,   R  1416) 

b.   Travel    (R  1410.05) 

see   line2A 

3 

Office  furniture  and  equipment  (R  1475) 

see    line2A 

4 

Legal  services  (  R  1410.024,  R  1415) 

5,000 

5 

Survey  and  planning  (  R  1410.021,  R   1430) 

12,000 

6 

Acquisition  expenses  (R   1110.022,  R   1440.02 
tluougb  R   1440.06) 

21,000 

7a 

Temporary  operation  of  acquired  property- 
Profit  (-)  or  Loss  (+)    (R   1410.027,    R   1418) 

+68,000 

7b 

Amount  included  in  Line  7a  as  real  estate  tax 
credits  (R  1148.038) 

[                                               ] 

[                       ] 

[                  0 

[                                        ] 

8 

Relocation  and  Conmuinily  orf^nni/rUion,  excluding 
Relocation  Paymcias  (R  1410.023.  R  1443) 

0 

9 

.Site  clearance-Proceeds  (-)  or  Cosl  (  +  ) 
(R  1410.025,   R  1450) 

458,541 

10 

Project  or  site  in.provcmcnts 
(R   1410.026,    R  M55) 

607,516 

11 

Disposal,  leasu,  ntcntion  costs  (  R  1410.028, 
R   1445) 

6,500 

12 

llcli.il.ililation    and  coiiscrv.nrinn,    excludin;- 
ilcl,al.ilii,,ti..nCr..Mls(R   1410.029,    R   1460i 

0 

13 

lnt(r<M  (R   1420.013,  R   1420.02) 

1 

j  275,000 

11 

Oll,.-r  in<.,,n,-  (^)    (11    14  19) 

(-) 

(-) 

(-) 

V-fr 

2  of  3 

HUD-6??0 

HO. 

ACTIVITY  CLASGinCATION 

TO  nr  coMfLCTfD  ;  -  lpa 

TO    (IC    riLlCD 
IN    DY    MUD 

USE  ONLY  Fori  RLVISED  ClUDGET 

LATEST 
APPKOVLD 

ADJUSTMENT 

BUDGET 
nCQUCSl  ED   FOR 

PUDCrT 
APfdOVi  D  fOf< 

DUOCET 

(♦  or     1 

MnwTK<; 

MOrjTH'-. 

(•) 

(k) 

(c) 

(cT) 

JS 

Sul'lotnl  (sum  of  Lines  2  throuj^h  14, 
excluding  Line  lb) 

s 

% 

5 1,567,500 

$ 

16 

Conliii"cnci<s^/or  Column  (c),  not  to  exceed 
15%  of  Line  IS) 

225,000 

17 

Heal  cr.t.ito  purchases  (It   1)10.01) 

1,200,000 

18 

Proj.ct  inspection  (n  1118) 

10,000 

19 

TOTAL  PROJKCT  EXECL'llON  EXPENDITURES 
(sum  of  Lines  15,  16.   17,  and  18). 

3,002,500 

20 

TOTAL  PROJECT  EXPENDITUKES  (ITEM  1  OF 
CROSS  PROJECT  CO.S'n  (Line  1  plus  19  ) 

$ 

« 

5  3,226,208 

s 

21 

llclocniion  Payments  lOOTo  rcimLursnble  to  LPA 
(K  1501) 

s 

s 

5       187,600 

s 

22 

Itchabilii.ition  Crar^'-    100 To  reimbursable  to  LPA 
(K  \102) 

$ 

$ 

$               0 

$ 

ApprovrJ  of  the  Project  Expenditures  Budget  in  the  amounts  and  for  the  time  period  shr-^^n  in  Column  (c)  is  hereby                 | 

requested. 

Boston  Redevelopment  Authority 

Local  P-.:'.:c  Ae^ncy 

February   1,    1970 

Date 

\X^   i>-0  CLc-iAa^ 

f\                       Signature  of. ■.-:\:>rized  Officer                    \ 

Director 

Ji-.lc 

nun  APl'lJOVAL 

The  Project  Expenditures  Dudoet  is  hereby  npproved 

in  tlic  amounts  and  for  tlic  time  ;£::rd  shown  in  Column  (d). 

The  project  sh.-ill  bo  roinplotod  by 

,19 

Dote 

^■■f.U.re 

T.-.-.e 

KUD-C?: 
(l?-6'. 


suiToifiiNG  s(;iii;i)ui.i 


PROJCCT  OR  SITE  IMPROVEMENTS  CHARGED  AS  PROJECT  EXPE.s'DITURES 


IDENTIFICATION 


TO    DE  COMPLETED    ^-^   LPA 


TOTAL  COST 


CHARGE  TO  PROJECT 


TO    DE    FILLTO 
IN    BY    HUD 


Street  Improvements 

Street  Improvements 

Parks  and  Playgrounds 

Street  and  plaza  Lighting 

Street  and  Plaza  Lighting 

High  and  Low  Service  Water 

Surface  Drains  and  Sanitary  Drains 

Surface  Drains  and  Sanitary  Drains 

Fire  Alarm  System  ' 

Fire  Alarm  System 

Police  Signal  System 

Police  Signal  System 

Traffic  Signal  System 

Traffic  Signal  System 


^  61,148 

227,060 

162,000 

17,17  2 

16,200 

34,068 

2,227 

99,241 

2,91.6 

10,206 

2,916 

10,206 

4,212 

3,240 


50 

100 

100 

50 

100 

100 

50 

100 

50 

100 

50 

100 

50 

100 


30,574 
227,060 
162,000 

8,586 
16,200 
34,068 

1,113 
99,241 

1,458 
10,206 

1,458 
10,206 

2,106 

3,240 


TOTAI,  JMidJK.CT  OH  SITF.  IMPnOV  KMKNTS  '10   UK 
CIlAlir.KI)  TO  ITKM   1  Of  GllOSS  I'llOJK.CT  COST 


607,516 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND      Annual  Administrative       CODE  NO.  R-226  (5) 
FINANCING  REPORT       Staff  Expense  Budget 


Subject  application  is  not  first  request  for  Federal  assistance. 

The  Annual  Administrative  Staff  Expense  Budget  for  the  period 
January  1,  1969,  through  December  31,  1969,  is  still  pending  and  has 
not  received  HUD  approval. 


Mass.  R-    /R226  (5)  1  of  1 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NOo  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority- 
Boston,  Massachusetts 


COST  ESTIMATE  AND     Form  HUD-6121,  Data  Supporting  CODE  NO.  R-226  (6) 
FINANCING  REPORT:     Project  Expenditure  Budget 


Form  HUD-6121,  Data  Supporting  Project  Expenditure  Budget,  is  attached 
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Kotni  Approved 

IJuiIkiI  Ilurv^iii  No.  (,1-Ho 


U.  S.  DEPARTMtNT   OF  MOUSING  AND  URBAN  DE V ELOPM C NT 
URBAN  RENEWAL  PROGRAM 

PROJECT    LOCALITY 

Boston,    Massachusetts 

DATA  SUPPORTING  PROJECT  EXPENDITURES  BUDGET 

PROJECT  NAME  Sumncr    Street 
Public   Housing   Urban 
Renewal  Area 

l\STRi  CTIO\S:    Prepurr  coptfs  in  ucconhuicr  u  ill,  mslruclion.-   for  ini)-6220. 

PROJECT   NUMBER 

Accompanies  Form    IIUD-6220  dated                     February                            ,    19    70. 

HUD- 
6220 

LINE 
NO. 

ACCOUNT 
NUMBER 

EXPLANATION 

A  1/  Q  U  N  T 

CHARGEABLE 

TO  BUDGET 

(a) 

TOTAL 

(1'  1 

1 

li    110  1; 

H  1103; 
K   110  4 

SURVEY  AND  PLANNING  EXPENDITURES 

5199,286 

Total  estimated  survey  and  planning  costs  other  than  interest 

It  14:>J.01  1; 
H   1420.012 

Interest  on  Federal  advances 

64,422 

K  1420.0  2 

Interest  on  other  horrowed  funds 

1,1  \K  1  TOTAl, 

-263,708 

3 

ADMINISTRATIVE  COSTS 
LEGAL  SERVICES 

Entries  on  these  lines  of  Form  lUD-6220   shall    he    supported  hy  a    narrative  statement  explaining  the 
cost  estimates  and  the  hasis  of  any  jiroration  nf  the  eosts  In  this  project. 

■i 

1                                            SURVEY  AND  PLANNING                                        | 

.•\tlach  a  narrative  statement  describing  the  nature  of  the  survey  and  planning  work,  including  reference 
to  any  previous  UllF.A  or  HUD  approval    for  such  work   in  the  project  execution  stage. 

12,000 

ACQUISITION  EXPENSES 

H  14  10.02 

Contracts  for  acquisition  appraisals 

510,000 

H  14;0.03 

Option  negotiations 

4,000 

R  1440.04 

Title  information 

3,000 

\{  1440.05 

Sundry  acquisition  costs  -  Direct  Purchase 

2,000 

K  1440.05 

Sundry  acquisition  costs-  Condemnation 

2,000 

LINE  5  TOTAI. 

S    21,000 

6a 

R   1418.01 

TEMPORARY  OPERATION  OF  ACQUIRED  PROPERTY 

S   7,000 

Gross  income  from  temporary  operation 

CLASS   OF 

p°Ro°pr 

AVERAGE 
RENTAL 

O  F  M  GM  T. 

INCOME 

Residential 

2 

»      50 

4 

$    400 

Commercal 

11 

150 

^ 

6600 

Induslrial 

Instilullon..! 

HUD-6121  (1-68)  Previous  editions  obsolete 


r 


r 


l-asr  2  ..( 

\ 

HUD- 
(,220 
LINE 
NO. 

ACCOUNT 
N  U  M  0  E  R 

explanation' 

AMOUNT 

CHAf*GrADLE 

TO  BUDGET 

(-1 

LINE 
TOT*.^- 

0.1 
(Cont'd) 

«  Mta.031; 
It   1148.032, 
It  M10.033; 
It  1418.035 

TEMPORARY  OPERATION  OF  ACQUIRED  PROPERTY  (''•■nf.!.  , 

S  15,000 

Itrp.nrs  .,n>i  Mori.,.,1  in.unU-n.inro.  K0OI>lXt<KXXXJCk 
XiXtXJCKXKJCXtXX 

R   1448.034 

Insurance 

2,000 

It  1448.036 

Real  estate  tax  payments 

2,500 

R  1448.037 

Maiiagemcnt  contracts 

0 

li   1448.038 

Charges  in  lieu  of  real  estate  taxes 

0 

H   1443.039 

Temporary  on-site  moves 

0 

LINK  f,a  TOTAL  (lilt  18.0  I  m,nu^  other  amounts;  if  income  exceeds 
costs,  shnw  as  minus  nmounl  ) 

?    19,5CC 

RELOCATION  AND  COMMUNITY  ORGANIZATION, 
EXCLUDING  RELOCATION  PAYMENTS 

It   1443.0  1 

Contracts  for  relocation  planning  and  execution 

S 

Contracts  for  community  organization  services 

Att.ich  a  narra 

tive  statement  giving  the  sources  and  basis  of  estimates  for  community 

organization  costs. 

LINK  7  TOTAL 

? 

8 

It  1450 

SITE  CLEARANCE 

s 

Contracts  for  preparation  of  contract  documents 

Net  cost  (4)  or  proceeds  (  -)  of  site  clearance  work,  exclusive  of 
above  amounts 

(+)458,541 

Mfi?4^^^J^xSaAsSiti°" 

(    )?30,000 

• 

:^^'^'^A^r''^ 

(    )    12,000 

>i>a}i(3tocx*:N3tk>:tcxxx   Continqenci 

e(s)    60.000 

Resident   engineer 

(    ) 

4(.454.151cu.f 

(Minus)  Total  credits  for  salvage  and 
structures  sold,  if  work  will  be  done  bv  LPA 
force  account  or  if  such  credits  are  caicul.Ttcd 
separately  lor  contract  work 

(-) 

Site  clearance  work  will  be  performed  by 

Q  ^  LPA  force  account                   []  ^  Contract 

Attach  a  narrc 
work  involvin 

live  statement  giving  the  sources  and  basis  of  estimates,  including  idei 
I  unusually  high  costs. 

tificat.onofany 

LINK  H  TO'IAL            | 

S45£,341 

HUD-6121  (1-68)  Previous  editions  obsolete 


V.fc  ^  of 

^ 

HUD- 
6210 
LINE 
NO. 

ACCOUNT 
N  U  Kt  B  E  R 

EXPLANATION 

AMOUNT 

charge:  AHLf 

TO   BUOGCT 

LINE 
TOTAL 

9 

l(  \Vr,r, 

PROJECT  IMPROVE.MENTS 

? 

Contracts  for  preparation  of  contract  documents 

Project  Improvements  f/rom  Form  HVIl-dJJO.  <.upiu,riinp,  Schr,l,ilcJ 

1,066,057 

Attach  a  narrative  statomcnl  Riviii!;  tlic  sources  and  liasis  of  estimates  of  project  improvements,  or 
referring  to  sucli  data  in  the  accompaiiying  Project  Improvements  licporl. 

LINK    u    TOTAL 

<a.066,03 

10 

n   14)5.0  1 

DISPOSAL,  LEASE,  RETENTION  COSTS 

S  6,500 

Disposition  appraisals,  boundary  surveys,  and  maps 

H   U43.0  2 

Commissions  and  fees 

H   14L5.0  3 

Sundry  disposition  costs 

LI  XL  lOTOTAl. 

S  6,500 

1  1 

REHABILITATION  AND  CONSERVATION, 
EXCLUDING  REHABILITATION  GRANTS 

|{  1460 

Contracts  for  tcchnicrtl  and  administrative  services  for  rehabilitation 
and  conservation  program 

V 

.Attach  a  narrative  statement  pivinp  the  sources  and  basis  of  estimates  of  the  above  amounts. 

LL\L   11T0T.-\L 

SO 

12 

1                                                        INTEREST 

Attach  a  narrative  statement  giving  the  sources  and  basis  of  estimates  of  interest  costs. 

13 

H   1449 

OTHER  INCOME 

Source  of  LPA  income  other  than  covered  in  Line  6a  or  8 

s 

LINL  n  TOTAL 

S        0 

16 

REAL  ESTATE  PURCHASES                                         | 

Attach  a  narrative  statement  givinp  a  justification  for  the  estimate  for  real  estate  purchases,  including 
reference  to  appraisal  reports  and  breakdown  of  estimated  acquisition  cost  showing  separately  estimates 
for  project  land  and  compensation  for  consequential  damage,  if  any,  to  real  or  personal  property  that  is 
not  to  be  acquired.  .Mso  include  a  schedule  showing,  on  a  quarterly  basis,  the  proposed  land  acquisition 
activity  for  each  segment  of  the  project. 

HUD-6121   (1-6S)  Previo 


AMOUm 
CHARGEABLE 
TO  BUDGET 


RELOCATION  PAYMENTS  100%  REIMBURSABLE  TO  LPA 


TOTAl.  HF.I.OCATION  ADJLST\1>; 
PAYMENTS 


TOTAL  SMALL  HUSINLSS 
DISPLACEMLNT  PAYMENTS 


ESTIMATED 
NUMBER  TO  RE- 
CEIVE PAYMENTS 


11 


ESTIMATED 
AVERAGE 
AMOUNT 


LLNE  20TOTAL('a 


ESTIMATED 

TOTAL 
PAYMENTS 


4,100 


182.500 


187,  60( 


>  Has  LPA  elected  to  make  payments  for  mo 
[IXlYES  CD  NO 


receive  payment  in  excess  of  S25,000: 


C.  Portion  of  line  B  amount  to  be  paid  wi 
Federal  relocation  grant  and  included 
in  line  e  amount  above; 

D.  Portion  of  line  B  amount  to  be  paid 
out  of  nonproject  funds; 


65,000 


REHABILITATION  GRANTS  100%  REIMBURSABLE  TO  LPA 


for  which  a  UfhaLilit..tinn  Or 


\\.(l,n>-  h    V  /. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND  CODE  NO.  R-226 

FINANCING  REPORT:    Narrative  to  Form  HUD-6121    Exhibit  A 

1.   General  Neighborhood  Renewal  Plan  Costs,  R-1403 

The  Sumner  Street  Public  Housing  Urban  Renewal  Area  is  the  first 
project  to  be  undertaken  within  the  East  Boston  GNRP  (Mass.  Project 
No.  R-44) .   The  contract  for  advance  for  the  Sumner  Street  GNRP  is 
$199,256.   in  accordance  with  the  Urban  Renewal  Handbook,  RHA  7224.1, 
Chapters,  Finance  and  Administration,  the  contract  for  GNRP  advance 
is  to  be  repaid  out  of  funds  which  become  available  for  the  first 
urban  renewal  project  in  the  GNRP  area.   The  total  cost  of  the  advance, 
interest  included  as  of  January  31,  1970,  is  estimated  at  $263,708. 

TOTAL  $263,708 
2. (a)  Administration 

In  preparing  estimates  for  project  administration  for  inclusion 
in  Form  HUD-6220,  Project  Expenditures  Budget,  five  (5)  per  cent 
of  the  aggregate  estimates  of  Lines  3  through  14  and  Line  17  was 
computed  and  applied  to  Line  2.   Since  the  Sumner  Street  Public 
Housing  Urban  Renewal  Area  involves  clearance  and  redevelopment 
activities  and  is  a  single  purpose  renewal  area  for  redevelopment  of 
housing  for  the  elderly,  five  (5)  per  cent  of  the  above-mentioned 
line  items  should  adequately  cover  project  administration  expenses. 

TOTAL  $115,000 

(b)  Travel 

Included  in  Item  2(a)  Administration,  above. 

3.  Office  Furniture  and  Equipment,  R-1475 

Included  in  Item  2(a)  Administration,  above. 

4.  Legal  Services,  R-1415 

Special  Counsel  for  Litigation  $   5,000 

Total  Budget  Requested        $   5,000 
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5.  Survey  and  Planning,  R   1430 

The  budget  provides  for  a  contract  relating  to  overall  designs, 
PIC  plans,  and  preparation  of  a  R-224  Project  Improvements 
Report.   It  is  estimated  that  $12,000  will  be  required  for  these 
engineering  services.   In  addition,  $2,000  for  boundary  surveys 
is  included  below  in  Line  11,  Disposal  costs. 

Total  Budget  Requested    $    12,000 

6.  Acquisition  Expenses,  R   1440 

(a)  First  acquisition  appraisals 

R  1440.02  5,000 

(b)  Second  acquisition  appraisals 

R  1440.02  5,000 

(c)  Option  Negotiation  Service 
R  1440.03 

(d)  Title  information  service 
R  1440.05 

(e)  Sundry  acquisition  costs   —  direct  purchase 
R  1440.05 

(f)  Sundry  acquisition  costs  —  condemnation, 
R  1440.06 

TOTAL: 

7 .  Temporary  Operation  of  Acquired  Property,  R1448 

(a)  Repairs,  R  1448.03 

(b)  Insurance,  R  1448.03 

(c)  Real  estate  payments,  R  1448.034 

TOTAL:  $     19,500 

9.   Site  Clearance,  r  1450 

Demolition  of  structures  over  4,454,151  cubic 
feet  at  $0.08  per  cubic  foot  plus  contingency 

factor,  based  upon  Boston  Redevelopment  Authority 
Engineering  Department  experience:  $   356,732 

TOTAL:  including  capping 

of  utilities  and  resident 
engineer  $   458,541 
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4,000 

3,000 

2,000 

2,000 

$ 

21,000 

$ 

15,000 

2,000 

2,500 

10 .  Project  Improvements,  R  1445 

(a)  Street  Improvements 

(b)  Street  Improvements 

(c)  Parks  and  Playgrounds 

(d)  Street  and  Plaza  Lighting 

(e)  Street  and  Plaza  Lighting 

(f)  High  and  Low  Service  water 

(g)  Surface  Drains  and  Sanitary  Drains 
(h)  Surface  Drains  and  Sanitary  Drains 
(i)  Fire  Alarm  System 

(j)  Fire  Alarm  System 

(k)  Police  Signal  System 

(1)  Police  Signal  System 

(m)  Traffic  Signal  System 

(n)  Traffic  Signal  System 

TOTAL 

11.  Disposal,  Lease  and  Retention  Costs,  R  1445 

(a)  Disposition  appraisals,  boundary  surveys 
and  maps,   R  1445.01 

TOTAL : 


Cost  to  Project 

$  30, 574 

227,060 

162,000 

8,586 

16,200 

34,068 

1,113 

99,241 

1,4  58 

10,206 

1,458 

10,206 

2,106 

3,240 
$607,516 


$   6,500 
$   6,500 


12.  Rehabilitation  and  Conservation,  R  1460 
Not  Applicable 

13.  Interest,  R  1420.013 

The  estimated  interest  expense  was  calculated  at 
approximately  6  per  cent  of  the  estimates  of  lines 
2  through  17. 

TOTAL:  $27  5,000 

14.  Other  Income  R  1449 
Not  Applicable 

17 .   Real  Estate  Purchases,  R  1440 

The  acquisition  appraisals  for  the  Sumner  Street  Public 
Housing  Urban  Renewal  Area  have  been  prepared  to  provide 
an  estimate  of  property  acquisition  cost  by  the  staff  of 
the  Boston  Redevelopment  Authority.   The  real  estate 
acquisition  costs  are  estimated  at  $1,200,000. 

1  Jnn    nnn 


21.   Relocation  Payments,  R  1501 

Relocation  activities  will  be  provided 

for  two  households  and  eleven  businesses 

in  this  area  atan  estimated  cost  of  $187,600, 


TOTAL:  $187,600 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND    Proposed  on  Three-Fourths      CODE  NO.  R-226  (7] 
FINANCING  REPORT:     Grants  Basis 


Not  applicable. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  DATA:   Resolution  of  Boston  Redevelopment     CODE  NO.  R-231  (1) 
Authority  Authorizing  Filing  of 
Application 


Resolution  of  Boston  Redevelopment  Authority  Authorizing 

the  Filing  of  An  Application  for  Loan  and  Grant 
For  the  Sumnar  Street  Public  Housing  Urban  Renewal  Area 


WHEREAS,  it  is  necessary  and  in  the  public  interest  that  the 
Boston  Redevelopment  Authority  avail  itself  of  the  financial  assist- 
ance provided  by  Title  I  of  the  Housing  Act  of  1949,  as  amended,  to 
carry  out  the  urb:.n  renewal  project  described  as  the  Sumner  Street 
Public  Housing  Urban  Renewal  Area,  hereinafter  referred  to  as  the 
"Project";  and 

WHEREAS,  it  is  recognized  that  the  Federal  contract  for  such 
financial  assistance  pursuant  to  said  Title  I  will  impose  certain 
obligations  and  responsibilities  upon  the  Boston  Redevelopment 
Authority  and  will  require  among  other  things:  (1)  the  provision 
of  local  grants-in-aid;  and  (2)  other  local  obligations  and  respon- 
sibilities in  connection  with  the  undertaking  and  carrying  out  of 
urban  renewal  projects,  and 

WHEREAS,  Title  VI  of  the  Civil  Rights  Act  of  1964  prohibits 
discrimination  on  the  basis  of  race,  color  or  national  origin  under 
any  program  or  activity  receiving  Federal  Financial  assistance  and 
Executive  Order  llu63  prohibits  discrimination  on  the  basis  of  race, 
color,  religion  or  national  origin  in  sale,  lease  or  other  disposition 
of  residential  property  (including  land  intended  for  residential  use) 
or  in  the  use  or  occupancy  thereof;  and 

WHEREAS,  the  objectives  of  the  Urban  Renewal  Plan  cannot  be 
achieved  through  rehabilitation  of  the  Project  area: 
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NOW,  THEREFORE,  BE  IT  RESOLVED  BY  THE  BOSTON  REDEVELOPMENT 
AUTHORITY: 

1.  That  the  United  States  of  America  and  the  Secretary  of 
Housing  and  Urban  Development  be,  and  they  hereby  are, 
assured  of  full  compliance  by  the  Boston  Redevelopment 
Authority  with  regulations  of  the  Department  of  Housing 
and  Urban  Development  effectuating  Title  VI  of  the  Civil 
Rights  Act  of  1964  and  applicable  Executive  Orders. 

2.  That  an  application  on  behalf  of  the  Boston  Redevelopment 
Authority  for  a  loan  under  Section  lu2  (a)  of  said  Title 
I  in  the  amount  of  $3,326,924  and  for  a  project  capital 
grant  for  undertaking  and  financing  the  Project  is  hereby 
approved,  and  that  the  Director  is  hereby  authorized 

and  directed  to  execute  and  to  file  such  application 
with  the  Department  of  Housing  and  Urban  Development, 
to  provide  such  additional  information  and  to  furnish 
documents  cs  may  be  required  in  behalf  of  said  Department, 
and  to  act  as  the  authorized  correspondent  of  the  Boston 
Redevelopment  Authority. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumncr  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  DATA:   Opinion  of  LPA  Counsel  Respecting     CODE  NO.  R-231(2) 
Application  for  Loan  and  Grant 

Boston  Redevelopment  Authority 

City  Hall 

1  City  Hall  Square 

Boston,  Massachusetts 

Gentlemen: 

Re:   part  I  Loan  and  Grant  Application,  Sumner  Street 
Public  Housing  Urban  Renewal  Area,  Project  No. 
Mass.  R-    ,  Boston,  Massachusetts 

I  am  an  attorney-at-law  admitted  to  practice  in  the  Commonv/ealth  of 
Massachusetts.   As  counsel  for  the  Boston  Redevelopment  Authority 
(hereinafter  referred  to  as  the  "Local  Public  Agency")  in  the  above 
identified  project,  my  opinion,  including  certain  factual  statements 
requested  by  the  Housing  and  Urban  Development  Department,  is  as 
follows : 

1.  I  have  reviewed  the  Legal  Information  submitted  on  HUD  Form 
H-6103A,  reference  to  which  is  incorporated  herewith  in  Code  No. 
R-231(7)7  I  have  made  an  examination  of  applicable  State  lav;  and 
am  of  the  opinion  that  since  the  date  of  the  submission  of  said 
Legal  Information,  there  has  not  been  any  court  decision,  statutory 
or  constitutional  enactment,  or  any  revision  or  amendment  of  any 
State  or  local  lav;  requiring  any  change  or  supplementation  of  the 
Legal  Information  submitted  as  aforesaid,  and  that  the  said  Legal 
Information  as  of  the  date  of  this  opinion  is,  to  the  best  of  my 
knowledge  and  belief,  true  and  correct. 

2.  I  have  reviev;ed  the  Application  for  Loan  and  Grant,  dated 
February  1,  and  approved  by  the  Local  Public  Agency  on 

for  Project  No.  Mass.  R-     including  particularly  the  data  and  in- 
formation relating  to  (a)  the  size  and  character  of  the  proposed 
project  area,  (b)  the  proposed  project,  (c)  the  activities  to  be 
undertaken  by  the  Local  Public  Agency  in  carrying  out  the  proposed 
project,  and  (d)  the  proposed  method  of  financing  the  project. 

3.  To  the  best  of  my  knowledge,  there  is  no  pending  or  threatened 
litigation  of  any  kind  concerning  said  project. 

4.  I  am  of  the  opinion  that  the  Local  Public  Agency  has  been  legally 
created  and  is  a  duly  organized  and  acting  public  body  having  the  legal 
power  to  undertake,  carry  out,  and  finance  the  project  and  project 
activ'ties  described  in  the  application  in  the  manner  sot  forth  ti.ercir. 


after  co:;;pletion  of  the  f olD  ov/ing  actio.na: 

a.  Resolution  of  the  Authority  deterni7iir,f;  to  undertake  the 
project; 

b.  Specific  finding  by  the  Authority  pursuant  to  Chapter  65? 
of  the  Acts  of  I960,  that  the  plan  is  based  upon  a  local 
survey  and  ccnfor.-ns  to  a  comprehensive  plan  for  the  local- 
ity as  a  whole; 

c.  Execution  of  a  Cooperation  Ar^reernent  between  the  City  of 
Boston  and  the  Authority  and  approval  by  the  Llayor  and 
City  Council  by  appropriate  resolution  after  due  notice 
and  public  hearing; 

d.  Execution  of  a  Disposition  Agreement  between  the  Boston 
Redcvelop-.ient  Authority  and  the  }jOston  Housing  Authority 
within  the  ineanin/,^  of  Section  107  of   Title  I  of  the  nousing 
Act  of  19^,9,  as  amended,  establishinr;  that  the  disposal  and 
and  redevelop;nent  of  land  will  be  for  public  housing  for  the 
elderly; 

e.  Approval  of  the  Division  of  Urban  Renewal  of  the  Department  cf 
Cor.LTiuni  ty  Affairs  of  the  Cor.:r.onwcalth  of  L'assachusetts ; 

f.  Coninliancc  by  the  City  of  Boston  to  the  extent  necessary 
v/ith  Section  25DD  of  Chapter  121  of  the  General  Laws  of 
Massachusetts; 

g.  Posting  of  security  for  Eminent  Domain  talcing  to  the  satis- 
faction of  the  ;.:?.yor  pursuant  to  Chapter  79  and  Chapter  121 
of  the  General  Laws  of  L.'assachusetts; 

h.   Adoption  of  an  Order  of  Taking  by  the  Authority; 

i.   Filing  of  Order  of  Taking  at  Registry  of  Deeds,  County  of 
Suffolk,  Commonwealth  of  L'assachusetts. 

5.   I  am  of  the  further  opinion,  on  the  basis  of  the  data  and  infor- 
mation subm.itted  in  support  of  the  application: 

a.  That  the  -oro-oosed  nroject  area  meets  the  requirements  of 
State  law',  T^articuiarly  Sections  26 JJ,  261C<,  26V,v;,  2STf , 

and  26ZZ,  of  Chapter  121  of  the  General  Laws  of  I.Iassachusetts, 
.  for  undertalcing  the  proposed  project  activities  and  carrying 
out  the  proposed  project  therein. 

b.  That  the  Dro-ooscd  -Droject  area  is,  within  the  meaning  of 
Section  lio(c)  of  Title  I  of  the  Housing  Act  of  1949,  as 
amended. 

c.  That  the  project  and  project  acti''Mties  described  in  the^ 
application  are  consistent  with  the   Urban  Renewal  Plan  which 
has  been  prenared  -for  the  r)roposcd  j^-'oject  area,,  s;^ 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 

LEGAL  DATA:  Opinions  of  LPA  Counsel         CODE  NO.  R-231(3) 

Respecting  Urban  Renewal  plan 

Mr.  Charles  J.  Horan 
Assistant  Regional  Administrator  for  Renewal  Assistance 
Region  I 

Department  of  Housing  and  urban  Development 
26  Federal  plaza 
New  York,  New  York 

Dear  Sir: 

RE:   Sumner  Street  Public  Housing  Urban  Renewal  Area 
Project  No.  Mass.  R- Boston,  Massachusetts 

I  am  an  attorney-at-law  admitted  to  practice  in  the  Commonwealth  of 
Massachusetts.   As  counsel  for  the  Boston  Redevelopment  Authority 
hereinafter  referred  to  as  the  "Local  Public  Agency")  in  the  above 
identified  project,  my  opinion,  including  factual  statements  requested 
by  the  Department  of  Housing  and  Urban  Development,  is  as  follows: 

1.  I  have  examined  the  Urban  Renewal  Plan  prepared  by  the  Boston 
Redevelopment  Authority  relating  to  the  Sumner  Street  Public  Housing 
Urban  Renewal  Area  in  the  City  of  Boston,  County  of  Suffolk, 
Commonwealth  of  Massachusetts,  (hereinafter  referred  to  as  the  "Plan"), 
which  Plan  is  more  specifically  identified  as  follows: 

A  mimeographed  document  dated  February  1,  1970 
entitled,  "Urban  Renewal  plan  -  Sumner  Street  Public 
Housing  Urban  Renewal  Area",  consisting  of  22  pages 
and  3  (maps)  exhibits,  for  the  project  area  in  the 
aforementioned  project. 

2.  The  Plan  in  form  and  substance  is  in  accord  with  applicable  law. 
The  Plan,  when  duly  approved  by  the  Mayor  and  Council  of  the  City  of 
Boston  and  by  the  Division  of  Urban  Renev.'al  of  the  Department  of  Communi-- 
Affairs  of  the  Commonwealth  of  Massachusetts,  will  be  a  valid  Plan,  mee-i: 
all  the  requirements  of  State  and  local  law  and  Title  I  of  the  Housing  Ac: 
of  194^j,  as  amended.   The  plan  is  reasonably  clear,  definite,  and  un- 
ambiguous and  does  not  provide  for  any  illegal  discriminatory  action  or 
illegal  preferential  action  or  requirement. 


Mass.  R-     /R-231(3)  1  of  2 


3 .   Tlio  torri'-orial  arop.  covcrccl  by  th3  'i'l-m  ifi  with.in  the  t&rri- 
tC3'ic.'.l  jv.ri  ("-.iction  ol"  the  LocrJ.  Public  Aj.::t:::y  and  confor.no  to  all 
le{^^3].  roquiromonto  pcrtainin-  to  the  oligj.  i^iiity  of  cuch  area  for 
the  abcvG-idcntificd  project;  vwl   uuch  area  under  State  and  local 
law  ir;  lo:;?-lly  cli/;inlo  and  c:}>]:iropri2te  for  the  redevelop-. -nt, 
conr-ervation,  and  rc;iabilitation  cictivities  conte;.-'.])lated  under  the  Plan, 

A.      (a)   The  Plan  includes  all  the  provisions,  drawings,  maps,  docu- 
ments, and  other  items  required  to  be  included  pursuant  to 
State  or  local  law  and  the  applicable  requirements  of  Sec- 
tion 110(b)  of  said  Housing  Act. 

(b)  The  Plan  includes  appropriate  provision?^  describing  the 
real  property  -.vhich  the  Local  Kiblic  7  gsn-^y  is  to  acquire 
and  includes  appropriate  provisions  lOi-  -;;he  imposition  of 
the  controls  and  other  requirements  of  the  Plan  upon  all 
the  real  property  in  the  project  area  described  in  the  I'len. 

(c)  The  Plan  is  sufficiently  complete  to  permit  a  determination 
to  be  made  as  to  whether  it  conforms  to  the  general  plan  of 
the  cc;nmunity  as  a  whole  and  to  indicate  its  relcitionship 

to  definite  local  objectives  >-especting  appropriate  lan.d  uses, 
improved  traffic,  improved  public   transportation,  improved 
recreational  and  co:n:nunity  facilities  in  Boston, 

(d)  The  provisions  in  the  Plan  respecting  land  uses,  building 
requirerv.ents  and  densities,  land  coverage,  and  other 
features  in  the  Plan  are  in  accord  with  State  and  Iccrl 
lav/  and  the  requirer.-.cnts  of  Section  llC(b)  of  said  Housing 
Act. 

(e)  The  provisions  in  the  Plan  for  tlie  vacation  and  dedication 
of  streets,  par-;v,ays,  and  other  pub'J.ic  ways  and  for  ch:  ngec 

in  zoning  or  building  codes  and  reg^alations  are  in  accord  witJi 
State  and  local  law,  and  the  controls  in  the  Plan  respecting  t; 
future  use  of  the  project  area  described  therein  are  reaconabl; 
clear  and  legally  effective. 

(f)  The  provisions  in  the  Plan  respecting  the  period  of  duration  o: 
the  Plan  and  the  future  changes  in  the  Plan  are  legally  adeeur" 

5.   To  my  knowledge  there  is  no  pending  or  threatened  litigation  of 
any  ki.nd  concerning  the  Plan. 


Yours  truly. 


/'. 


John  "C  .    Com cy 
General   Counsel 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing 

Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  DATA:   Text  of  Notice  of  Public  Hearing  and     CODE  NO.  R-231  (4) 
Statement  Concerning  Its  Publication 


NOTICE  OF  PUBLIC  HEARING 

SUMNER  STREET  PUBLIC  HOUSING 
URBAN  RENEWAL  PROJECT 
BOSTON  CITY  COUNCIL 

Notice  is  hereby  given  that  the  Committee  on  Urban  Renewal  of 
the  Boston  City  Council  will  hold  a  public  hearing  at  the  City  Council 
Chamber,  City  Hall,  Boston,  Massachusetts,  on 

PURPOSES  OF  THE 
PUBLIC  HEARING 

The  purposes  of  the  public  hearing  are  the  following:  - 

(1)  To  consider  a  proposal  for  the  undertaking  of  an  Urban  Renewal 
Project  by  the  Boston  Redevelopment  Authority  in  the  Project  Area 
located  in  that  part  of  the  city  of  Boston  known  as  the  Sumner  Street 
Public  Housing  Urban  Renewal  Area,  in  accordance  with  the  proposed 
urban  Renewal  Plan  for  the  Project  Area  under  the  provisions  of  the 
Federal  Housing  Act  of  1949,  as  amended,  and  Chapter  121  of  the 
Massachusetts  General  Laws,  as  amended,  with  federal,  state,  and  city 
financial  assistance; 

(2)  To  consider  the  plan  for  the  acquisition  of  land  and  the 
demolition  or  removal  of  buildings  and  improvements  in  the  Project  Area; 

(3)  To  consider  the  public  improvements  proposed  to  be  undertaken, 
including  the  construction,  reconstruction,  alteration,  and  repair  of 
streets  and  utilities. 

(4)  To  afford  a  reasonable  opportunity  to  all  persons,  including 
representatives  of  organizations,  to  appear  and  to  present  their  views 
with  respect  to  the  Project. 
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INFORMATION  AVAILABLE 
FOR  PUBLIC  EXAMINATION 

The  Urban  Renewal  Plan  containing  maps  of  the  Project  Area  are 
on  display  and  available  at  the  offices  of  the  City  Clerk  of  the  City 
of  Boston. 

PROJECT  AREA  DESCRIPTION 

The  Sumner  Street  Public  Housing  Urban  Renewal  Project  Area  is 
described  below;  it  is  within  this  area  that  the  public  improvements 
and  other  developments  proposed  under  the  Urban  Renewal  Plan  would 
be  undertaken, 

PERIMETER  BOUNDARIES 

Beginning  at  the  intersection  of  the  westerly  sideline  of  Lewis 
Street  and  the  southerly  sideline  of  Webster  Street. 

Thence  turning  and  running  in  a  southwesterly  direction  along 
the  westerly  sideline  of  Lewis  Street  to  a  point  of  intersection  with 
the  extended  southerly  sideline  of  Marginal  Street. 

Thence  turning  and  running  in  a  southeasterly  direction  along 
the  southerly  sideline  of  Marginal  Street  approximately  360  feet. 

Thence  turning  and  running  in  a  northeasterly  direction  generally 
along  the  westerly  sideline  of  the  penn  Central  Railroad  to  a  point 
of  intersection  of  said  sideline  with  the  northerly  sideline  of 
Sumner  Street. 

Thence  turning  and  running  in  a  northwesterly  direction  along 
the  northerly  sideline  of  Sumner  Street  to  a  point  approximately 
80  feet  beyond  the  westerly  sideline  of  Havre  Street. 

Thence  turning  and  running  in  a  southwesterly  direction  along  the 
easterly  sideline  of  property  now  or  formerly  owned  by  Camilla  M. 
E.  Steinbrugge  to  a  point  of  intersection  with  the  extended  centerline 
of  Webster  Street, 

Thence  turning  and  running  in  a  southeasterly  direction  along 
the  centerline  of  extended  Webster  Street  to  a  point  of  intersection 
with  the  centerline  of  Mill  Street. 

Thence  turning  and  running  in  a  southwesterly  direction  along 
the  centerline  of  Mill  Street  to  a  point  of  intersection  with  the 
extended  southerly  sideline  of  Webster  Street. 
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Thence  turning  and  running  in  a  southeasterly  direction  along 
the  southerly  sideline  of  Webster  Street  to  a  point  of  intersection 
of  said  sideline  with  the  westerly  sideline  of  Lewis  Street,  which  is 
the  point  of  beginning. 

STATEMENT  CONCERNING  PUBLICATION  OF  HEARING 

A  notice  in  substantially  the  form  of  the  foregoing  notice  shall 
be  published  at  least  once  a  week  for  not  less  than  two  successive 
weeks  immediately  prior  to  the  date  of  the  City  Council  public  hearing, 
in  at  least  one  newspaper  of  general  circulation  of  Boston.   The  first 
publication  will  be  not  less  than  ten  days  prior  to  the  date  of  the 
hearing,  inclusive  of  the  date  of  publication  but  exclusive  of  the 
date  of  hearing. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 

Sumner  Street  Public  Housing  Urban  Renewal  Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  DATA:  Citation  of  Law  Concerning    CODE  NO.  R-231(5) 

Ad  valorem  or  Payments  in 
Lieu  of  Taxes 


Capitol  7-6380  Res.  Oxford  6-4538 

JOHN  C.  CONLEY 


Attorney  at  Law 

73  Tremont  Street,  Boston  8,  Mass. 

Boston  Redevelopment  Authority 

City  Hall 

Boston,  Massachusetts 

Gentlemen: 

Re:   Sumner  Street  Public  Housing  Urban  Renewal  Area 
Project  No.  Mass.  R- 

Section  12  of  Chapter  79  of  the  Massachusetts  General  Laws  states, 
in  part,  as  follows: 

"...Whenever  the  title  or  interest  taken  is  such  that  the  property 
will  be  exempt  from  taxation  so  long  as  it  is  held  and  used  for  the 
purposes  for  which  it  is  taken,  the  damages  for  the  taking  shall 
include  an  amount  separately  determined  and  stated  which  shall  be 
estimated  to  be  equal  to  that  portion  of  the  tax  assessed  upon  the 
property  in  the  year  it  is  taken  which,  if  the  tax  apportioned  pro 
rate  according  to  the  number  of  days  each  year,  would  be  allocable 
to  the  days  ensuing  after  the  taking." 

Accordingly,  it  is  mandatory  that  the  Authority  pay  taxes  on  any 
taxable  property  from  the  date  of  the  taking  to  the  end  of  the  year  in 
which  the  taking  was  made. 

Your  attention  is  also  directed  to  Section  16  of  Chapter  121B  of 
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the  Massachusetts  General  Laws,   You  will  recall  previous  discussions  wil 
the  Department  of  Housing  and  Urban  Development  concerning  the  scope  and 
'  effect  of  this  section. 

very  truly  yours. 


J,Onn  C.  Conley      j^ 
General  Counsel    / 


Attachment 
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